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TORONTO  AND  SARNIA  RAILROAD 


COPIES  of  CONTRACTS  entered  into  by  GZOWSKI  and 
CO]?IPAr¥Y  for  the  CONSTUUCTIOTV  of  the  T0R01\T0 
and  SARI\IA  RAIIiROA©,  and  of  the  REPORT  of 
an  EI^OII^EER  upon  the  COI\I>ITIOilf  of  the  WORKS, 


Ko.  1. — Copy  of  Contract  between  the  Toronto  and  Gaelpli  Railway  Company, 
and  Casimir  Stanislaus  Gzowski  and  others. 

No.  2. — Copy  of  Contract  between  the  Grand  Trunk  Railway  Company  of 
Canada,  William  Jackson  and  others,  and  Casimir  Stanislaus 
Gzowski  and  others. 

No.  3. — Final  Report  of  an  Engineer  on  the  Toronto  and  Sarnia  Division  of  the 
Grand  Trunk  Railway. 


No.  1. 

A  N  AGREEMENT  made  the  twenty-fourth  day  of  March,  in  the  year  of  our 
-^  Lord  one  thousand  eight  hundred  and  fifty-three,  between  the  TORONTO 
and  GUELPH  RAILWAY  COMPANY,  represented  by  ALEXANDER  GIL- 
LESPIE of  London,  Esquire,  of  the  one  part;  and  CASIMIR  STANISLAUS 
GZOWSKI,  of  the  City  of  Montreal,  Civil  Engineer,  DAYID  LEWIS  McPHER- 
SON  and  LUTHER  HAMILTON  HOLTON,  both  of  Montreal,  aforesaid.  Mer- 
chants, and  ALEXANDER  TILLOCH  GALT,  of  the  Town  of  Sherbrooke,  in 
Canada,  Esquire,  represented  by  the  said  Alexander  Tilloch  Gait,  duly  authori- 
zed to  act  in  their  behalf,  of  the  other  part. 

Whereas,  the  said  Toronto  and  Guelph  Railway  Company,  hereinafter  called 
"The  Company,"  were  incorporated  by  an  Act  of  the  Provincial  Legislature  of 
Canada,  for  the  purpose  of  making  and  maintaining  a  Railway  from  Toronto  to 
Guelph,  and  by  another  Act  of  the  said  Provincial  Legislature,  passed  in  the 
sixteenth  year  of  Her  Majesty's  Reign,  the  Company  were  authorized  to  extend 
and  continue  their  Railway  to  the  Port  of  Sarnia.     And  whereas,  by  an  Inden- 
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ture  dated  tlie  twentv-sixtli  day  of  November,  in  the  year  of  our  Lord  one  thou- 
sand eight  liundred  and  iifty-two,  and  made  between  the  parties  hereto,  the  par- 
ties hereto  of  the  second  part,  (hereinafter  called  "  The  Contractors,")  contracted 
for  the  execution  and  construction  of  the  portion  of  the  said  Railway  from  Toron- 
to to  Guelph,  on  certain  terms  and  conditions  therein  contained,  and  by  a  similar 
Indenture,  dated  the  eighteenth  day  of  February,  in  the  year  of  our  Lord  one 
thousand  eight  hundred  and  fifty-three,  and  made  between  the  same  parties,  the 
Contractors  contracted  for  the  execution  and  construction  of  the  remaining  por- 
tion of  tlie  said  Railway,  being  that  from  Guelph  to  the  port  of  Sarnia. 

And  whereas,  an  Act  has  lately  been  passed  authorizing  the  amalgamation  of 
the  Grand  Trunk  Railway  Company  of  Canada  with  certain  other  Railway  Com- 
panies in  Canada,  and  their  incorporation  into  one  Company  subject  to  the  assent 
of  general  meetings  of  the  said  companies  respectively,  which  meetings  have  not 
yet  been  held. 

And  whereas,  it  hath  been  mutually  agreed  that  in  case  the  said  amalgamation 
shall  take  place,  the  said  Indentures  hereinbefore  recited  or  referred  to  and  the 
contracts  and  agreements  therein  contained  respectively  shall  be  vacated,  annul- 
led and  cancelled,  and  that  a  new  contract  between  the  parties  (being  these  pre- 
sents) shall  be  entered  into. 

And  whereas  the  new  Contract  is  intended  to  be,  that  the  Contractors  shall 
purchase  and  provide  the  land  required  for  the  said  Railway  and  the  Stations, 
and  shall  make,  construct,  complete,  and  equip  the  said  Railway  upon  the  terms 
and  in  the  manner  hereinafter  more  particularly  specified,  the  Railway  to  be  a 
first  class  single  track  Railway,  with  the  foundations  of  all  the  large  structures 
provided  for  a  double  track  up  to  Earth  level,  and  shall  build  and  construct  all 
the  Station  Houses,  Stone  and  Brick  Bridges,  tubular  iron  bridges,  culverts  and 
other  works  appurtenant  to  a  Railway,  and  shall  provide  the  fixed  and  moveable 
plant  and  Rolling  Stock  necessary  for  the  working  of  the  traffic  in  accordance 
with  the  particulars  contained  in  the  specification  hereunto  annexed,  the  Railway 
Works,  fixed  and  moveable  plant,  and  Rolling  Stock,  to  be  approved  of  by  the 
Chief  Engineer  of  the  Company. 

And  whereas,  the  specification  of  the  construction  of  the  said  Railway  and  of 
the  works  to  be  done  by  the  Contractors  is  contained  in  the  Schedule  annexed 
hereto. 

And  whereas,  the  price  agreed  to  be  paid  by  the  Company  to  the  Contractors, 
for  the  work  done  by  them,  is  the  sum  of  One  million  three  hundred  and  seventy- 
six  thousand  pounds,  under  the  conditions  and  in  the  manner  hereinafter  more 
particularly  specified. 

jSTow  therefore  it  is  hereby  declared  and  agreed,  by  and  between  the  Company 
for  themselves,  their  successors,  and  assigns  of  the  one  part,  and  the  Contractors, 
for  themselves,  their  heirs,  executors,  and  administrators  of  the  other  part,  as 
follows : — ■ 

That,  in  case  the  said  amalgamation  shall  be  effected  within  six  calendar 
months  from  the  date  hereof,  the  said  Indentures  of  the  twenty-sixth  day  of  Nov- 
ember, in  the  year  of  our  Lord  one  thousand  eight  hundred  and  fifty-two,  and 
the  eighteenth  day  of  February,  in  the  year  of  our  Lord  one  thousand  eight 
hundred  and  fifty-three,  shall  from  and  after  the  date  of  such  amalgamation  be 
entirely  vacated,  annulled,  and  cancelled,  and  these  presents  shall  come  into  ef- 
fect and  operation,  but  if  such  amalgamation  shall  not  take  place  within  such 
time  as  aforesaid,  then  the  said  Indentures  shall  continue  to  be  in  full  force  and 
effect,  and  these  presents  shall  not  come  into  operation  but  shall  be  wholly  null 
and  void,  and  that  all  the  Articles  and  Clauses  hereof  are  provisional  and  contin- 
gent upon  such  amalgamation  being  effected. 
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That  the  Contractors  will  purchase  and  provide  the  lands  necessary  for  the 
Railway  and  Stations,  and  will  make,  build,  construct  and  complete  the  said  Hail- 
way  from  Toronto  to  Guelph,  and  from  Guelph  to  the  Port  of  Sarnia  (being  a 
distance  of  about  one  hundred  and  seventy-two  miles),  and  all  the  stations,  bridges, 
culverts  and  other  works  appurtenant  thereto,  in  accordance  with  the  requirements 
of  the  said  specification  hereunto  annexed,  and  the  details  therein  contained,  and 
to  the  satisfaction  of  the  Cliief  Engineer  of  the  Company  (liereinafrer  called 
'*  the  Engineer"),  and  further,  shall  and  will  equip  and  stock  the  said  Kaihvay 
with  the  necessary  fixed  and  moveable  plant  and  rolling  stock  in  accordance  with 
the  requirements  of  tlie  said  specification,  and  the  details  therein  given,  the  whole 
of  such  plant  and  rolling  stock  to  be  in  good  and  substantial  condition,  and  com- 
plete workiuf^  order,  and  in  every  respect  fit  and  ready  for  the  actual  immediate 
working  of  the  traffic,  and  to  be  approved  of  by  the  Engineer. 

That  the  Contractors  shall  and  will  complete  and  stock  the  Railway  and  deli- 
ver it  over  to  the  Company,  ready  to  be  opened  for  traffic,  on  or  before  the  first 
day  of  July,  in  the  year  of  our  Lord  one  thousand  eight  hundred  and  fifty- 
seven. 

That  the  Contractors  shall  have  the  location  of  the  line,  and  may  select  and 
determine  the  course  in  which  the  Railway  shall  be  made,  and  the  gradients  and 
curves  thereof,  subject  to  the  provision  of  the  said  Act  incorporating  the  Com- 
pany, and  of  the  said  amendment  Act  authorising  the  extension  thereof  to  Sarnia, 
provided  that  one  foot  in  one  hundred  shall  be  the  steepest  gradient  on  the  line 
and  a  curvature  of  a  minimum  radius  of  one  thousand  feet  the  maximum  curva- 
ture, except  within  half  a  mile  of  a  station  where  the  curvature  may  be  more 
abrupt. 

That  the  detailed  plans  of  construction  shall  be  prepared  by  the  Contractors 
and  shall  be  submitted  by  them  to  the  Engineer  for  his  approval,  and  if  not  dis- 
approved by  him  within  one  calendar  month  after  the  delivery  thereof  to  him  or 
at  his  office,  shall  be  adopted  by  the  Contractors  and  deemed  to  have  been  ap- 
proved and  accepted. 

That  in  case  the  Company  shall  object  to  the  course  selected  for  the  line  of  the 
Railway  or  the  Contractors  and  the  Engineer  shall  be  unable  to  agree  as  to  the 
detailed  plans  of  construction,  the  matters  in  difiference  with  respect  thereto  shall 
be  referred  to  arbitration  in  the  usual  manner,  and  the  decision  of  the  Arbitrators 
or  Umpire  shall  be  binding  upon  both  parties,  and  if  not  given  before  the  first 
day  of  January  next,  the  period  of  the  completion  of  the  Railway  shall  be  ex- 
tended for  such  a  term  as  will  give  the  Contractors  three  and  one  half  years  for 
the  construction  of  the  Railway  after  such  decision. 

That  the  bed  of  the  Road  of  the  said  Railway  shall,  wherever  and  so  far  as 
practicable  and  consistent  with  the  proper  and  convenient  construction  of  the 
Railway,  be  higher  than  the  surface  of  the  land  adjoining  the  Railway,  so  as  to 
facilitate  the  removal  of  snow  from  the  Railway. 

That  the  Company  will  at  all  times  during  the  progress  of  the  works  when  re- 
quired by  the  Contractors  to  do  so  put  in  force  all  the  powers,  authorities,  and 
privileges  belonging  to  them,  for  the  benefit  and  advantage  of  the  Contractors, 
and  so  as  to  assist  and  enable  the  Contractors  to  construct  and  equip  the 
Railway. 

That  if  any  portion  of  the  line  shall  be  completed  and  stocked  so  as  to  be  ready 
for  traffic  before  the  completion  of  the  whole  Railway,  it  shall  be  at  the  option  of 
the  Company  to  accept  such  portion  and  to  work  the  same  thenceforth  at  their 
own  risk  and  for  their  own  benefit,  and  if  they  shall  decline  to  do  so,  the  Con- 
tractors shall  be  at  liberty  to  open  and  work  such  portion  or  section  at  their  risk 
and  for  their  benefit,  and  so  as  to  other  portions  if  any  successively  completed. 
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Til  at  in  case  the  Coinpany  shall  accept  and  open  any  snch  portion  or  section  the 
Contractors  shall  be  entitled  to  send  all  agents,  workmen,  plant,  implements,  and 
materials  employed  in  or  required  for  the  execution  of  the  Contract  AVorks  over 
the  portions  so  accepted,  and  opened  without  any  charge  made  to  them,  and  upon 
such  section  being  so  opened  by  the  Company,  the  Contractors  shall  be  relieved 
from  the  payment  of  interest  npon  an  amount  of  capital  equal  to  the  expenditure 
upon  the  Section  so  opened,  and  upon  the  plant  provided  for  working  the  same, 
and  any  difference  as  to  the  amount  of  such  expenditure  shall  be  settled  by  arbi- 
tration under  the  provision  for  arbitration  hereinafter  contained. 

Tliat  if  after  any  one  or  more  portions  or  sections  of  the  Railway  shall  have 
been  opened  for  traffic  by  the  Company,  it  shall  become  absolutely  impossible,  by 
reason  of  wars  or  internal  political  tumults,  for  the  Contractors  to  continue  the 
execution  of  the  said  works,  and  they  should  by  reason  thereof  be  actually  com- 
pelled to  suspend  them,  then  the  time  for  the  completion  of  the  Railway  shall  be 
extended  for  such  further  period  as  shall  be  determined  by  arbitration  in  the 
event  of  difference  between  the  Company  and  the  Contractors,  and  the  Arbitra- 
tors shall  have  power  to  award  such  compensation  to  the  Contractors,  for  the 
damages  incurred  by  them  from  such  suspension,  including  in  such  damages  the 
additional  interest  which  they  will  have  to  pay  on  the  capital  by  reasons  of  such 
extension  of  time  as  the  Arbitrators  or  Umpire  shall  determine. 

That  for  and  in  consideration  of  the  making,  completing,  equipping  and  stock- 
ing the  Railway,  the  Company  shall  pay  the  Contractors  the  sum  of  one  million 
three  hundred  and  seventy-six  thousand  pounds,  and  in  consideration  of  that 
sum  the  Contractors  shall  take  upon  themselves  all  risks  and  contingencies  of 
every  kind  subject  to  the  exceptions  herein  contained. 

That  the  interest  on  the  capital  called  up  by  the  Company  for  the  purposes  of 
this  contract,  shall  be  paid  by  the  Contractors  until  the  whole  line  of  Railway 
shall  be  completed  and  stocked,  so  as  to  be  ready  to  be  opened  for  traffic. 

That  the  mode  of  payment  to  the  Contractors  shall  be  as  follows : — When  and  so 
soon  as  the  Engineer  of  the  Company  shall  certify  (such  certificate  not  to  be  de- 
layed or  withheld  without  adequate  cause,)  that  the  Contractors  have  ho7ia 
fide  expended  twenty-five  thousand  pounds  in  the  purchase  of  land  or  in  works, 
materials,  or  plant  brought  upon  or  near  the  line  of  the  Railway,  and  in  pay- 
ment of  interest  on  the  Stock  of  the  Company,  or  in  any  of  these  respects  (which 
Certificates  respectively,  so  far  as  respects  works  and  materials,  shall  be  according 
to  a  schedule  of  apportioned  amounts  to  be  agreed  and  settled  between  the  Con- 
tractors and  the  Engineer,  when  and  so  soon  as  the  location  of  the  line  will  per- 
mit,) the  Company  shall  and  will  pay  to  the  Contractors  ninety  per  cent  of  the 
amount,  and  so  when  and  as  successive  amounts  of  twent3^-five  thousand  pounds 
shall  have  been  expended  and  certified  as  last  aforesaid,  until  the  amount  reserv- 
ed by  and  retained  in  the  hands  of  the  Company  shall  amount  to  the  sum  of 
thirty-eight  thousand  pounds,  after  which  period  the  whole  of  the  amount  certi- 
fied from  time  to  time  shall  be  paid  as  hereinbefore  mentioned,  and  upon  the 
final  certificate  of  completion  the  balance  (if  an}^)  remaining,  except  so  much  of 
the  sum  of  thirteen  thousand  pounds  to  be  set  aside  as  hereinafter  mentioned,  for 
the  payment  of  the  expenses  of  the  Company,  until  the  Railway  shall  be  ready 
to  be  opened  for  traffic  as  shall  have  been  actually  required  and  expended  for 
that  purpose,  shall  be  paid  to  the  Contractors. 

That  from  and  out  of  the  sum  so  retained  by  the  Company  as  aforesaid,  a  sum 
of  thirteen  thousand  pounds  shall  be  set  apart  and  applied  by  them  in  payment 
of  the  salaries  of  the  Engineers,  President,  Directors,  Secretary,  and  other  offi- 
cers of  the  Company,  for  the  salary  of  the  London  Agent  and  his  expenses,  and 
for  the  Law  expenses,  and  Office  expenses  of  the  Company,  until  the  whole  line 
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of  Hallway  shall  have  been  completed,  so  as  to  be  ready  for  traffic  and  have  been 
handed  o^er  to  the  Company. 

That  the  Company  shall  from  time  to  time  pay  all  the  expenses  out  of  the  said 
thirteen  thousand  pounds,  so  far  as  the  same  will  extend,  and  if  after  the  com- 
pletion of  the  Railway  ready  for  traffic,  there  shall  be  any  portion  of  the  said 
thirteen  thousand  pounds  in  their  hands  not  expended  or  owing  for  such  expen- 
ses, the  surplus  is  to  be  paid  over  to  the  Contractors. 

That  in  case  the  Engineer  shall  neglect  or  decline,  upon  the  request  of  the  Con- 
tractors, to  certify  the  expenditure,  me  question  whether  such  certificate  ouglit  or 
ought  not  to  be  given  and  paid  when  and  so  often  as  any  such  question  shall 
arise,  shall  be  forthwith  referred  to  such  Engineer,  as  shall  be  nominated  by  the 
President  for  the  time  being,  of  the  Institution  of  Civil  Encjineers  in  England, 
whose  decision  upon  the  point  shall  bind  all  parties,  and  if  lie  shall  decide  that 
such  certificate  ought  to  have  been  given  and  paid,  either  it  shall  at  once  be 
given  and  paid  accordingly,  or  the  Directors  shall  order  the  payment  without 
such  certificate,  and  it  shall  be  competent  for  the  lieferee  to  award  compensation 
to  the  Contractors  for  the  damage,  if  any,  occasioned  by  the  delay  of  payment, 
and  the  costs  of  the  reference  shall  in  such  case  be  in  the  discretion  of  the 
Referee. 

That  pending  any  such  reference,  the  Contractors  shall  be  at  liberty  if  they 
shall  consider  it  to  their  advantage,  to  suspend  the  progress  of  the  works  in  which 
they  are  engaged,  and  not  to  proceed  further  with  the  construction  of  the  Rail- 
way until  such  Engineer  shall  have  given  his  decision,  and  the  Engineer  to 
whom  the  question  sliall  have  been  referred,  shall  have  poTver,  if  he  shall  so  be  of 
opinion  by  his  award,  to  adjudge  that  such  suspension  was  not  justifiable  in  the 
particular  case,  and  shall  settle  and  adjudge  the  compensation  to  be  paid  by  the 
Contractors  to  the  Company,  lor  the  damage  occasioned  to  the  Company  by  such 
suspension,  and  may  by  the  same  award  adjudge  that  the  time  hereby  limited 
for  the  completion  of  the  said  works  shall  be  continued  to  such  later  day  as  he 
may  think  reasonable  under  the  circumstances,  and  that  such  further  compensa- 
tion shall  be  paid  to  the  said  Contractors  as  he  shall,  under  the  circumstances, 
consider  reasonable. 

That  if  any  question  or  difiference  of  opinion  shall  arise  between  the  parties 
hereto  as  to  this  agreement,  or  any  matter  or  thing  connected  therewith,  and  with 
the  execution  thereof  not  hereinbefore  specifically  referred,  every  such  question 
or  diflference  of  opinion  as  often  as  any  such  shall  arise,  shall  be  referred  to  the 
decision  of  three  Arbitrators,  to  be  named,  one  by  the  Company,  one  by  the  Con- 
tractors, and  the  third  by  the  two  Arbitrators  so  named,  before  entering  on  the 
business  of  the  reference,  and  the  decision  of  these  three  Arbitrators,  or  of  any 
two  of  them  shall  be  binding  and  conclusive  upon  both  parties  as  to  the  question 
or  difference  of  opinion  so  referred  to  them. 

That  the  parties  hereto  will  respectively  make  and  enter  into  all  such  Deeds 
and  other  instruments  as  may  be  necessary  for  giving  eflfect  to  such  reference. 

And  it  is  hereby  agreed  and  declared  that  this  agreement  is  to  be  subject  to 
such  modification  as  to  mode  of  payment,  and  as  to  the  nature  of  the  securities 
in  and  by  which  payment  is  to  be  made  to  the  Contractors  as  may  become  neces- 
sary or  expedient  upon  such  amalgamation  being  effected,  but  the  terms  and 
conditions  of  this  agreement  as  to  the  price  and  construction  and  equipment  are 
to  be  retained  and  preserved. 

That  wherever  in  this  Contract  the  words  "The  Contractors"  are  used,  they 
shall  mean  Casimir  Stanislaus  Gzowski,  David  Lewis  McPherson,  Luther  Hamil- 
ton Holton,  and  Alexander  Tilloch  Gait,  or  the  survivor  or  survivors  of  them,  or 
three  out  of  four  of  them,  or  two  out  of  three  of  them,  or  the  executors,  admin- 
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istratoi-s,  or  assigns  of  tlie  survivor  of  tliem,  and  that  in  the  event  of  the  Bank- 
ruptcy or  Insolvency  of  any  one  or  more  of  them,  their  or  liis  assignees  shall  be 
excluded  from  all  control  or  interest  in  this  contract,  and  that  Avhen  any  Act  is 
to  be  done  by  the  Contractors  it  shall  be  sufficient  if  done  by  or  by  the  authority 
of  the  majority  of  them  in  person,  or  acting  nnder  power  of  Attorney,  from  each 
to  the  other,  or  by  the  majority  of  the  survivors  of  them,  or  by  the  survivors  or 
survivor  of  them,  or  by  his  executors,  administrators,  or  assigns. 

And  whereas,  by  an  Act  to  consolidate  and  regulate  the  general  clauses  rela- 
ting to  Railways,  called  "The  Railway  Clauses  Consolidation  Act,"  passed  by  the 
Provincial  Legislature  of  Canada,  in  the  fourteenth  and  fifteenth  years  of  Her 
present  Majesty's  reign,  which  Act  is  incorporated  with  the  Acts  by  which  the 
Toronto  and  Guelph  Railway  is  authorized,  it  is  provided  that  the  original  Capi- 
tal Stock  may  be  increased  from  time  to  time  to  any  amount,  with  the  consent  of 
two-thirds  in  amount  of  all  the  shareholders  at  a  meeting  expressly  called  for 
that  purpose  by  notice,  as  in  such  Act  mentioned. 

And  whereas,  the  Contract  price  hereby  provided,  to  be  paid  to  the  Contract- 
ors, amounts  to  a  larger  sum  than  the  Company  are  at  present  authorized  to  raise  ; 

Xow  it  is  hereby  agreed,  and  the  said  Alexander  Gillespie,  acting  in  behalf  of 
the  Company,  and  of  the  Directors,  hereby  covenants  with  the  Contractors  that 
the  Directors  will  forthwith  take  the  necessary  steps  to  enable  an  increase  in  the 
Capital  of  the  Company  to  be  made  under  the  authority,  and  in  accordance  with 
the  provisions  of  the  said  Railway  Clauses  Consolidation  Act,  by  convening  such 
meeting  as  is  thereby  required,  and  that  the  Directors  will  use  their  best  exer- 
tions to  obtain  the  required  authority  from  the  shareholders  to  make  such  an 
increase  in  the  Capital  of  the  Company  as  may  be  considered  necessary  or  desi- 
rable for  enabling  the  Company  more  elFectually  to  carry  into  effect  the  provi- 
sions of  this  contract. 

And  the  Company,  byway  of  separate  covenant,  do  hereby  covenant  and  agree 
with  the  Contractors,  that  if  and  when  authorized,  they  will  do  all  necessary  Acts 
and  enter  into  all  such  further  deeds,  contracts,  or  assurances  as  may  be  necessary 
for  the  purpose  of  more  fully  and  effectually  carrying  out  the  provisions  of  this 
Contract  in  such  manner  and  by  such  deeds,  as  shall  be  required  by  the  Con- 
tractors. 

And  it  is  hereby  expressly  declared,  that  in  case  the  Company  shall  not  be 
authorized  to  create  such  additional  capital  as  will  be  necessary  for  the  purpose 
of  enabling  them  to  pay  to  the  Contractors  the  contract  sum  hereinlrefore  men- 
tioned, such  equitable  arrangements  shall  be  made  between  the  Contractors  and 
the  Company,  as  will  relieve  the  Contractors  from  the  obligation  to  construct  and 
equip  the  whole  of  the  Railway  and  works  except  on  payment  of  the  Contract 
sum  hereinbefore  mentioned,  any  difference  as  to  the  terms  of  such  arrangement 
to  be  settled  by  Arbitration,  under  the  provisions  for  Arbitration  herein  contained. 


CANADA  WEST,— TORONTO    AND    SARNIA    RAILWAY,— LENGTH 

172  MILES. 


General  Specification  tor  Works  of  Consitruction,  Sec. 

Permanent  Way. — Single  track  with  Sidings,  equal  to  three  per  cent  of  the 
entire  length, — Rails  sixty-three  pounds  per  lineal  yard, — wrought  iron  Chairs 
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at  the  joints,  each  about  8  lbs.  weight, — wrought  iron  pins, — Tlardwoocl  ties,  8J 
to  9  feet  long, — Ballast  four  cube  yards  per  lineal  yard,  and  post  and  rail  fencing 
where  required. 

Excavations. — Width  at  formation  level  (two  feet  below  rail)  24  feet, — Slopes 
in  ordinary  soils  l-J  to  1, — and  in  rock,  one  quarter  to  one  width,  when  in  rock, 
twenty  feet. 

Embankments. — 18  feet  wide  at  foundation  level,  slopes  l-J-  to  1  when  the  ma- 
terial is  rock, — the  slopes  of  embankments,  when  practicable,  may  be  reduced  to 
one  to  one. 

Culverts, — Or  small  bridges  under  or  over  the  Itailway,  to  be  built  of  stone  or 
brick,  or  both  in  mortar,  and  where  expedient.  Timber  Sleeper  tops  to  be  adopt- 
ed ;  all  viaducts  or  large  structures  under  the  Railway  to  be  composed  of  masonry 
or  brick  piers  and  abutments,  and  either  arched  of  similar  material  or  covered 
with  wrought  iron  beams. 

Level  Crossings, — To  be  provided  for  all  public  and  private  roads,  with  proper 
notice-boards  in  the  usual  way. 

Road  Stations, — To  be  provided  on  an  average  of  one  to  every  ten  miles  of 
Railway,  and  at  such  places  as  may  be  found  best  suited  and  adapted  for  such 
purposes.  These  Stations  to  consist  of  a  house  with  two  upper  and  two  lower 
rooms  for  the  use  of  the  Station  Master,  with  outbuildings  and  other  convenien- 
cies,  together  with  a  Ladies'  Reception  Room,  Booking  office,  and  open  shed  for 
general  passengers,  complete  with  urinals  and  water  closets,  and  also  a  platform 
lor  loading  and  unloading  cattle,  carriages,  &c.,  at  such  of  them,  as  may  be  found 
to  require  such  accommodation. 

The  Buildings  to  be  of  brick  or  stone,  and  covered  with  tin  or  slate  at  the 
option  of  the  Contractors. 

And  at  five  of  the  Road  Stations  alluded  to  above,  merchandize  sheds  to  be 
erected,  with  cranes  and  every  requisite  appliance,  also  water  tanks  and  wood 
sheds  at  such  of  the  Stations  as  may  be  deemed  most  eligible  for  such  erections. 

The  Terminal  Stations  at  Toronto  and  Sarnia  to  consist  of  a  carriage  shed 
roofed  over  for  passengers,  with  platforms,  Booking  Offices,  Porter's  Offices, 
Waiting  Rooms,  Luggage  Rooms,  Store  Rooms,  Urinals  and  Water  closets,  and 
Superintendent's  Residence  complete,  also  Board  Room,  Secretary's  Office, 
Clerk's  Office,  Telegraph  Office,  Refreshment  Rooms  and  all  requisite  convenien- 
cies,  covered  with  tin  or  slate.  Covered  goods  shed  with  platforms,  cranes  and 
appliances,  cattle  and  carriage  platforms,  water  tanks. 

The  Buildings  to  be  built  of  brick  or  stone.  The  Station  at  Guelph  if  found 
requisite  to  be  found  similarly  provided  for,  and  to  be  built  of  stone  and  covered 
as  above. 

Free  Use  of  the  Province  Lands  to  be  given  for  the  construction  of  the  Rail- 
way, and  also  to  the  Contractors  for  the  purpose  of  getting  timber,  stone,  or 
other  materials  required  for  the  use  of  the  works. 

The  Full  Powers  of  the  Company  to  be  put  in  force  for  the  benefit  of  the 
Contractors,  when  required  by  them. 

The  Rolling  Stock  to  be  provided  for  working  the  line  and  carrying  on  the 
traffic,  to  be  as  follows  : — 

16  Passenger  Engines  and  Tenders, 
7  Goods  Engines, 
15  First  Class  Cars, 
15  Second  and  Third  do., 
Y5  Goods  Wagons, 
75  Box  Cars  for  Dry  Goods, 
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50  Timber  Wagons, 

50  Cattle  Cars, 
25  Ballast  Wagons, 
25  Hand  Cai-s, 
5  Snow  Ploughs, 
5  45  Feet  Engine  Turn  Tables. 
Engine  Stables  at  Toronto  and  Sarnia  with  Workshops   necessary  to  maintain 
the  above  equipment,  to  be  built  with  Brick  or  Stone,  and  covered  with  Tin  or 
Shite. 
The  Foundations  of  all  large  structures  to  be  provided  for  a  double  track. 


TuE  TOUONTO  AND  GUELPH  RAILWAY  COMPAE^Y, 

By  ALEXANDER  GILLESPIE,        [L.  S.] 

CASIMIR  STANISLAUS  GZOWSKI,  DAYID  LEWIS 
McPIIERSON,  LUTHER  HAMILTON  IIOLTON, 
and  ALEXANDER  TILLOCH  GALT,  [L.  S.] 

By  A.  T.  GALT. 

Signed,  Sealed,  and  delivered,  by  the  above  named  Alexander  Gillespie,  and 
Alexander  Tilloch  Gait,  in  the  presence  of 

(Signed,)        William  H.  Macaulay, 
Clerk  to  Messrs.  Swift  &  Wag  staff, 

Solicitors,  30  Great  George  Street,  Westminster. 


We,  Charles  Huxley  Hall,  and  Joseph  William  Wright,  Clerks  to  Messieurs 
Swift  and  Wagstaff,  Solicitors,  30  Great  George  Street,  Westminster,  do  hereby 
certify,  that  this  is  a  true  and  correct  Copy  of  the  Agreement  between  the 
Toronto  and  Guelph  Railway  Company,  and  Messieurs  Gzowskl  and  Company, 
as  examined  by  us,  therewith  this  14:th  day  of  April,  1853. 

(Signed,)        CHARLES  HUXLEY  HALL, 
»  J.  W.  WRIGHT. 


Know  all  men  by  these  presents,  that  the  Toronto  and  Guelph  Railway  Com- 
pany have  ratified  and  confirmed  and  by  these  presents  do  ratify  and  confirm  the 
within  agreement,  made  the  twenty-fourth  day  of  March,  in  the  year  of  our  Lord 
1853,  between  the  Toronto  and  Guelph  Railway  Company,  represented  by  Alex- 
ander Gillespie,  of  London,  Esquire,  of  the  one  part,  and  Casimir  Stanislaus  Gzow- 
ski,  of  the  City  of  Montreal,  Civil  Engineer,  David  Lewis  McPherson,  and  Luther 
Hamilton  Holton,  both  of  tlie  City  of  Montreal,  Merchants,  and  Alexander  Til- 
loch Gait,  of  the  Town  of  Sherbrooke,  in  the  Province  of  Canada,  Esquire,  of 
tlie  other  part,  conditional  upon  an  amalgamation  being  completed  and  effected, 
between  the  Toronto  and  Guelph  Railway  Company,  and  the  Grand  Trunk  Rail- 
way Company  of  Canada,  under  and  in  pursuance  of  the  provisions  of  an  Act 
of  Parliament,  of  the  Province  of  Canada,  in  that  behalf  passed. 
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In  testimony  wliereof,  tlie  said  Toronto  and  Giielpli  Kailway  Company  have 
caused  their  Corporate  Seal  to  be  affixed  to  these  presents,  and  the  same  to  bo 
subscribed  by  their  President,  tliis  tenth  day  of  May,  A.  D.  1853. 


(Signed,)        J.  G.  BOWES, 

President 


Signed,  Sealed  and  delivered  in  the  presence  of 

(Signed,)        S.  Thompson, 

Secretary  and  Treasurer, 
Toronto  and  Guelph  Railroad  Compan3\ 


No.  2. 

'yHIS  AGREEMENT  made  tlie day  of -^ in  the  year  of  our 

-*-  Lord  one  thousand  eight  hundred  and  fifty-three,  between  the  Grand  Trunk 
Railway  Company  of  Canada,  incorporated  in  accordance  with  tlie  provisions  of 
an  Act  passed  by  the  Provincial  Legislature  of  Canada,  in  the  year  one  thousand 
eight  hundred  and  fiftj^-two,  intituled,  "  An  Act  to  empower  any  Railwa}^  Com- 
"  pany,  whose  Railway  forms  part  of  the  Main  Trunk  Line  of  Railway  through 
*'  this  Province,  to  unite  with  any  other  such  Company,  or  to  purchase  the  pro- 
"  perty  and  rights  of  any  such  Company,  and  to  repeal  certain  Acts  therein 
"  mentioned  incorporating  Railway  Companies,"  and  of  an  other  Act  of  the 
Provincial  Legislature  of  Canada,  passed  in  the  present  year,  intituled,  "  An  Act 
^'  to  extend  the  provisions  of  the  Railway  Companies'  IJnion  Act  to  Companies 
"  whose  Railways  intersect  the  Main  Trunk  Line,  or  touch  places  which  the  said 
"  line  also  touches,"  of  the  first  part :  William  Jackson,  of  Birkenhead ;  and 
Samuel  Morton  Peto,  Thomas  Brassey,  and  Edward  Ladd  Betts,  all  of  London, 
Contractors,  of  the  second  part ;  and  Casimir  Stanislaus  Gzowski,  of  the  City  of 
Montreal,  Civil  Engineer,  David  Lewis  McPherson,  and  Luther  Hamilton  Hol- 
TON,  both  of  Montreal  aforesaid,  Merchants,  and  Alexander  Tilloch  Galt,  of 
the  Town  of  Sherbrooke,  in  Canada,  Esquire,  of  the  third  part. 

Whereas,  a  Railway  Company,  called  the  Grand  Trunk  Railway  Company  of  Ca- 
nada, was  incorporated  by  an  Act  of  the  said  Provincial  Legislature,  passed  in  the 
sixteenth  year  of  the  reign  of  Her  present  Majesty,  intituled,  "  An  Act  to  incorpo- 
"  rate  the  Grand  Trunk  Railway  of  Canada"  for  the  purpose  (amongst  other 
things)  of  making  and  maintaining  a  Railway  from  Toronto  through  the  Towns 
of  Port  Hope,  Cobourg,  and  Belleville,  to  the  City  of  Kington,  and  from  the 
said  City  of  Kingston,  through  the  Towns  of  Brockville  and  Prescott,  to  a  point 
in  the  Eastern  Boundary  line  of  the  Township  of  Osnabruck,  thence  to  Saint 
Raphaels,  and  thence  to  the  River  Ottawa,  and  across  the  said  River  to  a  point 
between  the  Lake  of  Two  Mountains  and  the  village  of  Saint  Anns,  and  thence 
to  the  City  of  Montreal.  And  whereas,  the  Grand  Trunk  Railway  Company  of 
Canada  East,  was  incorporated  for  the  purpose  (amongst  other  things)  of  making 
and  maintaining  a  Railway  from  some  point  on  the  Quebec  and  Richmond  Rail- 
way (hereinafter  mentioned)  opposite  or  nearly  opposite  to  Quebec,  on  the  South 
shore  of  the  St.  Lawrence,  to  Trois  Pistoles.  And  whereas,  the  Quebec  and 
Richmond  Railroad  Company  were  incorporated  for  the  purpose  (amongst  other 
thin^)  of  making  and  maintaining  a  Railway  from  Hadlow  Cove,  in  the  Parish 
of  Notre  Dame  de  la  Yictoire,  near  Quebec,  to  Richmond,  in  the  District  of 
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Saint  Francis,  in  Lower  Canada.  And  wliereas  the  Grand  Jnnction  Railroad 
Company  were  incorporated  for  the  purpose  (amongst  other  things)  of  laying 
out,  making,  constructins^,  and  finishing  a  Eailway,  on  and  over  any  part  of  the 
Country  lying  between  Belleville  and  t*eterboroagh.  And  whereas,  the  Toronto 
and  Guelph  Ilailwav  Company  were  incorporated  for  the  purpose  of  making  and 
maintaining  a  Eailway  from  Toronto  to  Guelph,  and  were  afterwards  authorized 
to  extend  and  continue  their  Railway  to  the  port  of  Sarnia. 

And  whereas,  the  Saint  Lawrence  and  Atlantic  Railway  Company  were  incor- 

?iorated  for  the  purpose  (amongst  other  things)  of  making  and  maintaining  a 
Railway  from  the  River  Saint  Lawrence,  opposite  the  City  of  Montreal,  to  a 
Junction  with  the  Atlantic  and  Saint  Lawrence  Railway,  at  or  near  the  Bounda- 
ry of  the  State  of  Maine,  in  the  United  States,  and  they  have  constructed  the 
said  Railway  accordingly.  And  whereas  all  the  said  Companies  are  now  amal- 
gamated into  the  said  Grand  Trunk  Railway  Company  of  Canada,  party  hereto 
under  the  authority  of  the  said  Act,  and  by  the  assent  of  General  Meetings  of 
the  said  Companies  respectively  with  such  majority  of  votes  thereat  respectively, 
as  is  by  the  said  Act  required.  And  whereas,  the  last  mentioned  Grand  Trunk 
Railway  Company  of  Canada,  (hereinafter  called  "  the  amalgamated  Company") 
now  are,  or  shortly  will  be  the  lessees  of  the  said  Atlantic,  and  Saint  Lawrence 
Railway.  And  whereas,  on  the  fourteenth  day  of  December,  in  the  year  of  our 
Lord,  one  thousand  eight  hundred  and  filty-two,  and  previously  to  such  amalga- 
mation, an  agreement  was  entered  into  between  the  said  first  Licorporated  Grand 
Trunk  Railway  Company  of  Canada,  and  the  parties  hereto  of  the  second  part, 
and  on  the  twenty-third  day  of  March,  in  the  year  of  our  Lord,  one  thousand 
eight  hundred  and  fifty-three,  and  also  previous  to  such  amalgamation,  another 
agreement  was  entered  into  between  the  said  parties,  in  some  degree  modifying 
and  varying  the  first  agreement,  and  by  the  said  agreements  respectively  the  said 
parties  hereto  of  the  second  part  (hereinafter  called  "  the  English  Contractors") 
undertook  to  construct  and  complete  the  line  of  Railway  above  mentioned,  of 
the  said  Company,  and  to  equip  the  same  with  Rolling  Stock,  for  the  Gross  sum 
•of  Tliree  million  pounds  sterling.  And  it  was  thereby  agreed  (amongst  other 
things)  that  of  the  said  sum  of  three  million  pounds,  one  million  and  thirty-five 
thousand  pounds  should  be  paid  in  Canadian  rrovincial  Debentures,  guaranteed 
by  the  Government  of  the  Province  of  Canada,  of  such  description  as  was  spe- 
cified in  the  Act  of  Incorporation  of  the  said  Company ;  nine  hundred  and  eighty- 
two  thousand  five  hundred  pounds  in  Debentures  of  the  Company,  ha\nng  twen- 
ty-five years  to  run,  and  of  the  description  specified  in  the  said  agreement ;  and 
nine  hundred  and  eighty-two  thousand  five  hundred  pounds  in  shares  or  stock  of 
the  said  Company,  w4th  certain  special  clauses  and  provisions  as  to  the  mode  of 
making  such  payments  respectively,  that  out  of  the  fund  to  be  provided  as  there- 
in mentioned,  lor  payment  of  the  English  Contractor,  a  sum  of  forty -thousand 
pounds  should  be  set  apart  for  payment  of  the  expenses  of  the  Company,  until 
the  said  Railway  should  be  ready  to  be  opened  for  traffic  ;  that  the  English  Con- 
tractors should  pay  the  interest  on  the  said  Provincial  Debentures,  and  also  upon 
all  Debentures  and  Stock  applied  or  appropriated  to  the  payment  of  the  Contract 
sum,  and  sold  or  transferred  by  order  of  the  English  Contractors,  until  the  said 
Railway  should  be  ready  to  be  opened  for  traffic,  and  that  the  said  agreements 
were  to  be  subject  to  such  modification  as  to  the  mode  of  payment,  and  as  to  the 
nature  of  the  securities,  in  and  by  which  payment  was  to  be  made  to  the  English 
Contractors,  and  as  to  the  interim  investment  of  such  funds  as  might  becorne 
necessary  or  expedient,  in  case  of  the  union  or  amalgamation  of  any  other  Rail- 
way Company  or  Companies  with  the  said  first  Incorporated  Grand  Trunk  Rail- 
way Company  of  Canada,  so  that  the  terms  and  conditions  of  the  said  agreements 
as  to  construction  and  equipment  and  price  should  be  retained  and  preserved. 
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And  wliereas,  also  on  the  said  twenty-tliird  day  of  March,  an  agreement  was 
entered  into,  between  the  said  Grand  Trunk  Eailway  Company  of  Canada 
East,  and  the  parties  hereto  of  the  second  part,  whereby  the  said  English  Con- 
tractors undertook  to  construct  and  complete  tlie  above  mentioned  line  of  Kail- 
way  of  the  said  Company,  and  to  equip  the  same  with  rolling  stock  for  the  gross 
sum  of  one  million  two  hundred  and  twenty-four  thousand  pounds,  and  it  was 
thereby  agreed  (amongst  other  things)  that  of  the  said  sum  of  one  million  two 
liundred  and  twenty-four  thousand  pounds,  four  hundred  and  fifty-nine  thousand 
pounds  should  be  paid  in  Canadian  Provincial  Debentures  of  the  description 
above  mentioned  ;  three  hundred  and  eighty-two  thousand  five  liundred  pounds 
in  bonds  or  debentures  of  the  Company  of  the  description  above  mentioned  ;  and 
three  hundred  and  eighty-two  thousand  five  hundred  pounds  in  Stock  of  the  said 
Company,  with  certain  special  Clauses  and  provisions  as  to  the  mode  of  making 
such  payments  respectively.  That  out  of  the  fund  to  be  provided  as  therein 
mentioned,  for  paymeut  of  the  English  Contractors,  a  sum  of  thirteen  thousand 
pounds  should  be  set  apart  for  payment  of  the  expenses  of  the  said  Company, 
until  the  said  Railway  should  be  ready  to  be  opened  for  trafiic,  that  the  English 
Contractor  should  pay  the  interest  on  the  said  provincial  debentures,  and  also 
upon  all  debentures  and  stock  applied  or  appropriated  to  the  payment  of  the  said 
contract  sum,  and  sold  or  transferred  by  order  of  the  English  Contractors,  until 
the  said  Railway  should  be  ready  to  be  opened  for  traffic,  and  that  the  said  agreement 
should  be  subject  to  such  modifications  as  to  the  mode  of  payment,  and  as  to  the  nature 
of  the  securities,  in  and  by  which  payment  was  to  be  made  to  the  Contractors, 
and  as  to  the  interim  investment  of  such  funds  as  might  become  necessary  or 
expedient,  in  case  of  the  union  or  amalgamation  of  any  other  Railway  Company 
or  Companies,  with  the  said  Grand  Trunk  Railway  Company  of  Canada  East,  so 
that  the  terms  and  conditions  of  this  agreement  as  to  the  construction  and  equip- 
ment should  be  retained  and  preserved. 

And  whereas,  also  on  the  twenty-second  day  of  October,  in  the  year  of  our 
Lord,  one  thousand  eight  hundred  and  fifty-two,  an  agreement. was  entered  into 
before  lN"otaries  Public  at  Quebec,  between  the  said  William  Jackson,  acting  for 
the  said  parties,  hereto  of  the  second  part,  and  the  said  Quebec  and  Richmond 
Railroad  Company,  whereby  the  said  English  Contractors  undertook  to  construct 
and  complete  the  above  mentioned  line  of  Railway  of  the  said  Company,  and  to 
equip  the  same  with  Rolling  Stock,  for  the  sum  of  six  hundred  and  fifty-thousand 
pounds,  upon  the  terms  and  conditions  in  such  Contract  mentioned ;  and  it  was 
thereby  agreed,  that  the  gross  Contract  sum  so  made  up  should  be  made  as  fol- 
lo\ys  : — ^Two  hundred  and  fifty  thousand  pounds  in  Canadian  Provincial  Deben- 
tures of  the  description  above  specified;  one  hundred  thousand  pounds  in  Bonds, 
or  Debentures  of  the  said  Company,  or  in  money  proceeding  from  the  sale  of 
such  Bonds  or  debentures  ;  two  hundred  and  five  thousand  pounds  by  the  pro- 
ceeds of  shares,  to  that  amount  allotted  to  persons  in  England,  as  and  when  the 
calls  and  instalments  thereon  should  be  respectively  paid  ;  that  the  balance,  (it 
any,)  remaining  due  should  be  paid  by  the  proceeds  of  shares  subscribed  for  and 
taken  in  Canada,  as  and  wdien  the  calls  and  instalments  thereon  should  be 
respectively  paid,  and  the  further  balance,  if  any,  in  the  shares  or  stock  of  the 
Company,  with  certain  special  Clauses  and  provisions  as  to  the  mode  of  making 
such  payments  respectively ;  that  the  English  Contractor  should  pay  all  the  neces- 
sary expenses  of  the  said  Company  up  to  the  time  that  the  said  Railway  should 
be  ready  to  be  opened  for  trafitic,  and  that  the  said  English  Contractors  should  pay 
the  interest  on  the  said  Canadian  Provincial  Debentures,  and  the  said  Deben- 
tures of  the  Company  to  the  said  extent  of  one  hundred  thousand  pounds  as 
aforesaid,  also  on  the  shares  and  stock  subscribed  for  and  taken  in  Canada  as 
aforesaid,  and  upon  any  shares  or  stock  sold  or  transferred  by  them. 
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And  wliereas,  also  on  the  said  twenty-tliird  day  of  March,  in  the  year  of  our 
Lord,  one  thousand  eight  hundred  and  fifty-three,  an  agreement  was  entered  into 
between  the  said  Grand  Junction  Raih'oad  Company,  and  the  said  parties  hereto 
of  the  second  part,  whereby  the  said  English  Contractors  undertook  to  construct 
and  complete  a  portion  of  the  said  Ivailway,  between  Belleville  and  Peterbo- 
rough, a  distance  of  fifty  miles,  and  to  equip  th'^  same  with  rolling  stock,  for  the 
gross  sum  of  four  hundred  thousand  pounds.  And  it  was  thereby  agreed,  (amongst 
other  things,)  that  of  the  said  sum  of  four  hundred  thousand  pounds,  one-half  was 
to  be  paid  in  Bonds  or  Debentures  of  the  Company,  of  the  description  above  spe- 
cified, and  the  remaining  half  in  stock  of  the  Company  ;  that  out  of  the  fund  to 
be  provided  as  therein  mentioned,  for  payment  of  the  English  Contractors,  a  sum 
of  four  thousand  pounds  should  be  set  apart  for  payment  of  the  expenses  of  the 
said  Company,  until  the  said  Railway  should  be  ready  to  be  opened  for  trafiic ; 
that  the  English  Contractors  should  pay  the  interest  on  all  Debentures  and  Stock 
applied  or  appropriated  to  the  said  Contract  Sum,  and  sold  or  transferred  by 
order  of  tlie  English  Contractors,  until  the  said  Railway  should  be  opened  for 
trafiic  ;  and  that  the  said  agreement  should  be  subject  to  such  modifications  as  to 
the  mode  of  payment,  and  as  to  the  nature  of  the  securities,  in  and  by  which 
payment  was  to  be  made  to  them,  and  as  to  the  interim  investment  of  such  lunds 
as  might  become  necessary  or  expedient,  in  case  of  the  union  or  amalgamation 
of  any  other  Railway  Company  or  Companies  with  the  said  Grand  Junction 
Railroad  Company,  so  that  the  terms  and  conditions  of  the  said  agreement  as  to 
construction,  payment,  and  equipment,  should  be  retained  and  preserved. 

And  whereas,  also  on  the  twenty -fourth  day  of  March,  in  the  year  of  our  Lord, 
one  thousand  eight  hundred  and  fifty- three,  an  agreement  was  entered  into,  be- 
tween the  said  loronto  and  Guelph  Railway  Company,  and  the  parties  hereto  of 
the  third  part  (hereinafter  designated  as  "  the  Canadian  Contractors"),  condition- 
al upon  the  said  hereinbefore  mentioned  amalgamation  taking  place,  whereby 
the  said  Canadian  Contractors  undertook  to  construct  and  complete  the  above 
mentioned  line  ^f  Railway  of  the  said  Company,  and  to  equip  the  same 
with  rolling  stock  for  the  gross  sum  of  one  million  three  hundred  and  seventy- 
six  thousand  pounds,  and  it  was  thereby  agreed  (amongst  other  things)  that  the 
said  Contract  sum  should  be  paid  in  money  in  the  manner  therein  specified  ;  that 
a  sum  of  thirteen  thousand  pounds  should  be  set  apart  for  the  expenses  of  the 
said  Company,  until  the  said  Railway  should  be  ready  to  be  opened  for  traffic. 
That  the  said  Canadian  Contractors  should  pay  the  interest  on  all  the  Capital 
called  up  by  the  said  Company,  for  the  purposes  of  the  said  Contract,  until  the 
said  Railway  shall  be  ready  to  be  opened  for  traffic.  And  that  the  said  agree- 
ment should  be  subject  to  such  modification  as  to  the  mode  of  payment  and  as  to 
the  nature  of  the  securities,  in  and  by  which  payment  was  to  be  made  as  might 
become  necessary  or  expedient  upon  such  amalgamation  being  effected,  but  that 
the  terms  and  conditions  of  the  said  agreement  as  to  the  price  and  construction, 
and  equipment,  were  to  be  retained  and  preserved.  And  whereas,  also,  on  the 
said  twenty-third  day  of  March,  an  agreement  was  entered  into,  between  the 
said  first  incorporated  Grand  Trunk  Railway  Company  of  Canada,  and  the  said 
English  Contractors,  conditionally  upon  the  said  amalgamation  taking  place,  for 
the  construction  by  the  said  English  Contractors,  of  a  Tubular  Iron  Bridge,  over 
the  River  St.  Lawrence,  at  Montreal,  for  the  sum  of  one  million  four  hundred 
thousand  pounds,  subject  to  a  certain  increase  as  therein  mentioned.  And  it 
was  thereby  agreed  (amongst  other  things)  that  the  said  Contract  sum  should  be 
paid  in  cash,  subject  to  certain  special  provisions  as  to  the  mode  of  payment,  and 
that  the  parties  thereto  should  enter  into  all  further  deeds  which  might  become 
necessary  or  expedient,  in  consequence  of  such  union  or  amalgamation,  so  that 
the  general  terms  and  conditions  of  the  said  agreement  should  be  retained  and 
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preserved.  And  whereas,  it  has  in  fact  been  found  necessary  or  expedient  upon 
such  amalgamation,  to  introduce  the  following  modifications  and  alterations  into 
the  said  contracts,  videlicet^  That  the  parties  hereto  of  the  second  and  third  part 
shall  be  paid  the  said  Contract  sums,  all  which  sums  were  calculated  by  the  Con- 
tractors as  Sterling,  and  not  Currency,  respectively  in  Sterling  money  in  London 
and  not  by  Canadian  Provincial  Debenture  or  Debentures,  or  Stock  of  the  amal- 
gamated Company,  that  in  consideration  of  the  English  Contractors  relinquishing 
the  said  Canadian  Provincial  Debentures,  they  shall  be  entitled  to  receive  an 
addition  of  fifteen  per  cent  upon  the  nominal  amount  of  all  sums  which  under 
the  said  agreements  respectively  would  have  been  paid  in  such  Debentures,  (the 
said  fifteen  per  cent  being  the  present  premium  upon  the  said  Debentures.)  That 
the  parties  of  the  second  part,  hereinafter  called  the  English  Contractors,  shall  on 
the  first  day  of  July,  one  thousand  eight  hundred  and  fift^^-four,  subscribe  for 
and  take  twenty-four  thousand  one  hundred  and  fifty-three  shares  in  the  amalga- 
mated undertaking  of  the  one  hundred  and  forty-four  thousand  nine  hundred  and 
twenty  shares  referred  to  in  the  prospectus,  as  off'ered  to  the  public.  Debentures 
convertible  into  Government  Debentures,  to  the  extent  of  three  hundred  and  one 
thousand  nine  hundred  and  twelve  pounds,  and  Company's  Debentures  to  the 
extent  of  three  hundred  and  one  thousand  nine  hundred  and  twelve  pounds. 
That  forty-eight  thousand  three  hundred  and  seven  shares  of  the  one  hundred 
and  forty -four  thousand  nine  hundred  and  twenty  shares  above  mentioned  De- 
bentures, convertible  into  Government  Debentures,  to  the  extent  of  Six  hundred 
and  three  thousand  eight  hundred  and  thirty-eight  pounds,  and  Company's  De- 
bentures to  a  like  extent,  of  Six  hundred  and  three  thousand  eight  hundred  and 
thirty-eight  pounds  shall  be  retained  by  the  Company,  with  the  option  and  privi- 
lege  reserved  to  each  holder  of  the  seventy-two  thousand  four  hundred  and 
sixty  shares  now  about  to  be  issued,  half  of  the  one  hundred  and  forty-four  thou- 
sand nine  hundred  and  twenty  above  referred  to,  apply  for  and  take  in  addition 
to  the  shares  held  by  him,  two-thirds  of  the  number  of  shares  held  by  him,  and 
an  equal  amount  in  Debentures,  one  half  in  Debentures  convertible  into  Provin- 
cial Government  Debentures,'and  the  other  half  in  Debentures  of  the  Company,  so 
as  such  option  be  exercised  before  the  first  day  of  July,  one  thousand  eight  hun- 
dred and  fifty-four.  That  so  many  of  the  shares  and  Debentures  so  retained  by 
the  Company  as  shall  not  have  been  claimed,  and  taken  up  by  the  actual  share- 
holders so  entitled  to  claim  the  same  respectively,  under  the  privilege  reserved 
to  them,  on  or  before  the  said  first  day  of  July,  in  the  year  of  our  Lord,  one  thou- 
sand eight  hundred  and  fifty-four,  shall  thereupon  and  forthwith  after  that  day 
be  also  subscribed  for  and  taken  by  the  English  Contractors.  That  the  parties 
hereto  of  the  second  and  third  parts  shall  provide  the  funds  for  the  payment  half 
yearly  in  London,  of  interest  at  the  rate  of  six  per  cent  per  annum,  on  the 
amounts  from  time  to  time  paid  to  them  upon  the  certificates  of  the  Engineer, 
under  the  several  hereinbefore  recited  Contracts,  and  also  on  such  additional  sum 
as  the  United  Company  may  from  time  to  time  think  it  necessary  to  call  up,  for 
the  purpose  of  providing  for  the  current  certificates  and  expenditure  of  the  Com- 
pany, in  reference  to  the  Contracts,  any  difference  between  the  Contractors  and 
the  IJnited  Company  as  to  the  amount  to  be  kept  in  hand  by  the  Company  for 
such  purposes  to  be  settled  by  arbitration  in  manner  hereinafter  provided  for, 
but  as  respects  the  Canadian  Contractors,  this  obligation  shall  cease,  when  and 
so  soon  as  the  Toronto  and  Guelph  Railway  shall  be  opened  throughout  for  traf- 
fic to  Sarnia.  N'ow  therefore  it  is  hereby  agreed  and  declared  by  and  between 
the  parties  hereto  as  follows  : — 

1.  The  Amalgamated  Company  shall  be  bound  by  the  Clauses,  Covenants,  Sti- 
pulations, and  Conditions  of  the  said  recited  agreements,  with  the  several  Com- 
panies aforesaid,  so  far  as  the  same  are  not  directly  or  indirectly  at  variance,  or 
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inconsistent  with  those  of  this  agreement,  and  in  all  cases  where  there  shall  be 
any  such  variance  or  inconsistency,  the  clauses,  covenants,  stipulations,  and  con- 
ditions of  this  agreement  shall  be  considered  and  taken  as  controlling,  modifying 
and  altering  tliose  of  tlie  said  agreements  respectively,  and  the  clauses,  cove- 
nants, stipulations,  and  conditions,  so  at  variance  or  inconsistent  with  this  agree- 
ment, shall  henceforth  be  wholly  void,  and  of  no  effect. 

12.  That  except  as  hereinafter  expressly  provided,  all  payments  to  be  made  to 
the  Conti-actors  on  account  of  works,  shall  be  made  in  Sterling  money  in  London. 

3.  That  in  respect  to  the  amount  or  proportion  of  payments  to  wliich  under 
the  provisions  of  any  of  the  said  agreements  would  have  to  be  made  to  the  Eng- 
lish Contractors  in  Canadian  Provincial  Debentures,  an  addition  of  fifteen  per 
cent  shall  be  made  to  the  nominal  amount  of  each  such  payment,  and  shall  bo 
paid  to  the  English  Contractors  at  such  times  and  periods  respectively,  as  under 
the  provisions  of  the  said  agreements  respectively  relating  thereto,  such  Deben- 
tures would  have  been  deliverable  to  them.  Provided  that  in  case  any  dithculty 
shall  arise  as  to  the  payment  under  any  of  the  Contracts  aforesaid  in  Provincial 
Debentures,  and  in  consideration  thereof  the  Contractors  should  accept  and  take 
such  Debentures  to  any  extent,  instead  of  an  equal  nominal  amount  in  cash,  all 
such  debentures  shall  if  and  when  required  by  the  amalgamated  Company  be 
transferred  to  them  at  Par. 

4.  That  all  the  clauses  and  provisions  in  the  said  agreements  or  either  of  them 
relating  to  the  creation  of  Debentures  and  Stock  by  the  respective  Companies 
with  whom  such  agreements  respectively  are  made,  and  as  to  the  registration  of 
such  stock  in  the  names  of  the  Contractors,  and  as  to  the  handing  over  of  Deben- 
tures and  certificates  of  Stock  to  the  persons  in  such  agreements,  respectively 
named  as  Trustees,  and  as  to  the  sale,  transfer,  or  investment  thereof,  and  as  to 
the  payment  to  be  made  to  the  Contractors  by  the  said  Trustees,  out  of  the  mo- 
nies or  securities  in  their  hands,  and  generally  as  to  the  powers  and  functions  of 
such  Trustees  shall  be  no  longer  operative  or  in  force,  and  the  payments  to  be 
from  time  to  time  made  to  the  Contractors,  as  provided  for  in  the  said  agree- 
ments respectively,  shall  be  made  by  the  Amalgamated  Company  directly  to  the 
Contractors  in  Sterling,  in  London,  in  such  proportions  and  by  such  instalments, 
and  upon  such  Certificates  respectively,  as  in  the  said  agreements  respectively 
specified. 

o.  That  all  the  provisions  in  the  said  agreements  respectively,  as  to  the  grant- 
ing of  Certificates  by  the  Engineer  of  the  Company,  and  as  to  the  principle  on 
which  such  certificates  are  to  be  granted,  and  as  to  the  neglect  or  refusal  of  such 
Engineer  to  certify,  and  as  to  the  consequences  of  such  neglect  or  refusal,  shall 
be  applicable  mutatis  mutandis  to  the  payments  to  be  made  by  the  Amalgamated 
Company  to  the  Contractors,  and  to  the  Chief  Engineer  of  such  Amalgamated 
Company. 

6.  That  the  provisions  in  the  several  recited  agreements  as  to  the  accepting  and 
working  by  the  Company  of  a  portion  or  portions  of  any  Railway,  after  the  same 
shall  have  been  completed  and  stocked,  and  as  to  the  opening  and  working  there- 
of by  the  Contractors  in  case  the  Company  shall  decline  so  to  do,  shall  be  appli- 
cable to  the  Railways  comprised  in  the  united  undertaking  and  to  the  United 
Company. 

7.  That  instead  of  the  provisions  in  the  said  agreements  respectively,  as  to  the 
setting  apart  of  specific  sums  for  payment  of  salaries  and  expenses,  there  shall 
be  taken  from  and  allowed  out  of  the  whole  Contract,  monies  to  be  paid  to  the 
English  Contractors  the  sum  of  fifty -seven  thousand  pounds,  and  out  of  the  whole 
Contract,  monies  to  be  paid  to  the  Canadian  Contractors,  the  sum  of  thirteen 
thousand  pounds,  which  two  suras,  making  together,  seventy  thousand  pounds, 
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shall  bo  applicable  to  the  pa3'mcnt  of  salaries  and  expenses  by  the  Amalgamated 
Com])any,  and  tlie  several  debentures  as  aforesaid,  shall  be  made  ont  of  the  mo- 
nies payable  in  cash  to  the  said  Contractors  respectively,  at  the  rate  of  one  per 
cent  of  the  amonnt  so  payable,  until  such  deductions  shall  amount  in  whole  to 
lifty-seven  thousand  pounds,  in  the  case  of  the  English  Contractors,  and  thirteen 
thousand  pounds  in  the  case  of  the  Canadian  Contractors. 

8.  If  on  the  completion  of  the  works  there  shall  beany  portion  of  the  said 
seventy  thousand  pounds  in  the  hands  of  the  Company,  not  applied  to  or  owing 
for  such  salaries  and  expenses  as  aforesaid,  the  surplus  is  to  be  paid  over  to  the 
Contractors  in  the  ratio  of  lifty-seven  seventieths  to  the  English  Contractors,  and 
thirteen  seventieths  to  the  Canadian  Contractors. 

9.  That  the  amalgamated  Company  will  make  snch  calls  upon  the  holders  of 
Shares,  or  Stock  and  of  Debentures  respectively^,  as  may  be  required  for  pay- 
ment to  the  Contractors  of  the  amounts  from  time  to  time  certified  in  respect  of 
works.  And  if  they  should  fail  to  do  so,  and  shall  not  pay  to  the  Contractors 
the  amounts  from  time  to  time  certified  within  one  month  after  the  date  of  the 
respective  certificates,  it  shall  be  at  the  option  of  the  Contractor  to  suspend  the 
further  progress  of  the  works,  until  such  payment  shall  be  made,  and  the  period 
of  such  suspension  shall  be  added  to  the  time  allowed  by  the  Contract  for  com- 
pletion. 

10.  That  the  English  Contractors  shall  and  will,  on  or  before  the  first  day  of 
July,  one  thousand  eight  hundred  and  fifty-four,  subscribe  for  and  take  the  before 
mentioned  twenty-four  thousand  one  hundred  and  fif\y-three  shares  in  the  Capi 
tal  stock  of  the  Amalgamated  Company,  debentures  of  the  Company  convertible 
into  Provincial  Debentures,  to  the  nominal  amount  of  three  hundred  and  one 
thousand  nine  hundred  and  twelve  pounds,  and  other  debentures  of  the  Company 
not  so  convertible  to  the  like  nominal  amount,  three  hundred  and  one  thousand 
nine  hundred  and  twelve  pounds. 

11.  That  the  English  Contractors  shall  and  will  also,  so  soon  after  the  said  first 
day  of  July,  one  thousand  eight  hundred  and  fifty-four,  as  they  shall  be  required 
by  the  Directors  of  the  Amalgamated  Company  so  to  do,  subscribe  for,  and  take 
so  many  of  the  said  number  of  shares  and  debentures  so  reserved  as  aforesaid,  as 
shall  not  on  or  before  that  day  have  been  claimed  by  the  persons  entitled  to  claim 
the  same  respectively,  and  on  taking  the  several  shares  and  debentures  aforesaid, 
shall  and  will  at  once  pay  up  on  such  of  the  shares  and  debentures  so  taken  by 
them  respectively,  the  amount  which  may  then  have  been  called  up  and  be 
payable  on  the  other  shares  and  debentures  in  the  said  Amalgamated  Company 
previously  offered. 

12.  Tliat  as  from  the  date  of  the  amalgamation  of  the  Company,  the  English 
Contractors  shall  and  will  at  least  seven  days  before  the  first  day  of  January,  and 
the  first  day  of  July  respectively  in  each  year,  provide  for  and  pay  over  to  the 
amalgamated  Company,  at  the  office  of  their  Agent  in  London,  a  sum  equal  to 
interest,  at  the  rate  of  six  per  cent  per  annum,  on  the  Capital  then  actually  ex- 
pended on  the  construction  of  the  Kailways  and  works  comprised  in  the  said  re- 
cited agreements,  and  undertaken  by  the  English  Contractors,  and  not  then 
opened  for  traffic,  the  amount  of  Capital  so  expended  to  be  ascertained  from  and 
determined  by  the  certificates  of  the  Engineer,  as  to  such  Railways  respectively, 
and  the  payments  made  by  the  Company  thereon. 

13.  That  the  English  Contractors  shall  and  will  also  pay  on  the  same  days  in 
each  year,  or  as  soon  thereafter  as  the  amount  can  be  ascertained,  interest  at  the 
same  rate  on  two-thirds  of  the  amount  which  the  Company  shall  then  have 
actually  called  up  beyond  what  may  have  been  required  for  payment  in  respect 
of  works  in  order  to  provide  for  current  certificates  and  expenditure  in  reference 
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to  the  contracts,  and  in  case  tliere  shall  be  any  dispute  or  difference  between  the 
Contractors  and  the  Company  as  to  the  additional  amount  upon  which  such 
further  interest  is  to  be  paid,  every  such  dispute  and  difference  as  and  when  it 
arises  shall  be  settled  by  arbitration  in  the  manner  hereinafter  provided.  Provided 
that  when  the  Toronto  and  Guelph  Railway  shall  be  opened  through  to  Sarnia, 
the  English  Contractors  shall  pay  the  whole  of  such  last  mentioned  additional 
interest,  and  not  two-tliirds  of  it  only. 

14.  That  if  default  shall  be  made  by  the  English  Contractors  in  payment  (»f 
the  interest  on  the  said  first  mentioned  amount  on  the  respective  days  appointed 
for  payment  thereof,  or  of  the  further  interest  on  such  additional  amount  as  last 
mentioned  within  one  week  after  such  amount  shall  have  been  agreed  or  settled 
by  arbitration  as  aforesaid,  the  Company  may  retain  or  deduct  out  of  the  next 
or  any  subsequent  payments  to  be  made  to  the  said  English  Contractors  the 
amount  so  in  arrear,  together  with  interest  thereon,  at  the  rate  of  six  per  cent 
per  annum  from  the  time  of  such  default,  and  so  as  often  as  any  such  default 
shall  be  made. 

15.  That  the  payment  by  the  Contractors  of  interest  upon  the  capital  expended 
in  the  construction  of  the  said  several  railways  and  works  undertaken  by  them, 
shall  cease  as  to  the  proportion  thereof  expended  on  any  particular  railway,  when 
and  so  soon  as  such  railway  shall  be  completed,  so  as  to  be  ready  for  opening, 
and  in  the  case  of  partial  openings  of  any  such  railway,  shall  cease  as  to  so  much 
of  the  capital  as  shall  have  been  expended  on  the  part  so  opened,  a  proportionate 
part  of  the  current  interest  being  however  in  each  of  such  cases  payable  by  them 
for  any  fraction  of  a  half-year. 

16.  That  the  Canadian  Contractors  shall  and  will  as  from  the  date  of  the 
amalgamation  and  until  the  opening  of  the  Toronto  and  Guelph  Railway  through 
to  Sarnia,  at  least  seven  days  before  the  first  day  of  January  and  the  first  day  of 
July  respectively  in  each  year,  provide  for  and  pay  over  to  the  Amalgamated 
Company  at  the  ofiice  of  their  agent  in  London,  a  sum  equal  to  interest  at  the 
rate  of  six  per  cent  per  annum  upon  the  capital  then  actuall}'-  expended  on  the 
construction  of  the  railway  and  works  comprised  in  the  said  recited  agreement 
with  them,  the  amount  of  capital  so  expended  to  be  ascertained  in  like  manner 
as  is  provided  in  the  case  of  the  English  Contractors. 

17.  That  the  Canadian  Contractors  shall  and  will  also  pay  on  the  same  days  in 
each  year,  or  as  soon  thereafter  as  the  amount  can  be  ascertained,  interest  at  the 
same  rate  on  one-third  of  the  amount  called  up  by  the  Company  as  mentioned 
in  Article  13,  such  amount  to  be  ascertained  in  case  of  dispute  or  difference  in 
like  manner  as  is  provided  in  that  Article,  and  in  case  of  default  in  payment, 
the  Company  shall  have  like  power  to  deduct  and  retain  the  amount  in  arrear 
as  is  hereinbefore  provided  in  the  case  of  the  English  Contractors.  Provided 
that  when  the  Toronto  and  Guelph  Railway  shall  be  opened  through  to  Sarnia, 
such  last  mentioned  payment  of  interest  by  the  Canadian  Contractors  shall  cease, 
a  proportionate  part  of  the  current  interest  being  however  payable  by  them  for 
any  fraction  of  a  half-year. 

18.  That  all  calls  or  instalments  payable  by  the  Contractors  upon  shares  or 
debentures  of  the  Company,  may  from  time  to  time  be  credited  by  the  Company 
to  them  against  an  equal  amount  on  certificates  for  works  done. 

19.  That  as  soon  as  practicable  after  the  amalgamation  shall  be  effected,  the 
Amalgamated  Company  shall  and  will  apply  to  the  Provincial  Parliament  of 
Canada  for  an  Act  or  Acts  authorizing  an  extension  ot  the  time  for  completion 
of  any  of  the  works  included  in  any  of  the  recited  contracts,  for  such  further 
period  as  may  be  necessary,  having  regard  to  the  time  by  such  contracts  re- 
spectively limited  for  the  completion  of  such  works  respectively,  and  also  if 
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necessary  for  authority  to  raise  farther  capital,  and  shall  and  will  use  their  best 
endeavors  to  procure  such  Act  or  Acts,  and  in  case  they  should  fail  to  obtain 
such  authority,  and  by  reason  thereof  it  shall  be  found  impossible  to  complete 
any  or  some  part  of  such  works  within  the  periods  respectively  prescribed  as  to 
such  works,  such  equitable  adjustment  of  this  contract  as  to  the  works  so  incom- 
plete shall  be  made  as  in  case  of  difierence  between  the  English  Contractors 
and  the  anuilganiated  Company,  shall  be  determined  by  arbitration  under  the 
general  provision  for  arbitration  herein  contained. 

20.  That  if  any  question  or  difference  of  opinion  shall  arise  between  the  parties 
hereto  as  to  this  agreement,  or  the  construction  thereof,  or  the  effect  thereof  in 
the  said  former  agreement,  or  any  matter  or  thing  connected  therewith,  or  with 
the  carrying  out  thereof,  every  such  question  or  difference  of  opinion,  and  also 
all  matters  hereinbefore  specially  referred  to  arbitration,  whenever  and  as  often 
as  any  such  shall  arise,  shall  be  referred  to  the  decision  of  three  arbitrators  to 
be  named,  one  by  the  Compan}^  (such  arbitrator  to  be  approved  by  the  Governor 
in  Council  of  Canada),  one  by  the  contractors,  and  the  third  by  the  two  arbitra- 
tors, before  entering  on  the  business  of  the  reference,  and  the  decision  of  these 
three  arbitrators,  or  of  any  two  of  them,  shall  be  binding  and  conclusive  upon 
both  parties  as  to  the  question  or  difference  of  opinion  so  referred  to  them. 

21.  That  the  parties  hereto  will  respectively  make  and  enter  into  all  such 
deeds  as  may  be  necessary  for  giving  effect  to  such  reference. 

22.  Lastly,  that  whenever,  in  this  contract,  the  words  "The  English  Contrac- 
"  tors "  are  used,  they  shall  mean  William  Jackson,  Samuel  Morton  Peto, 
Thomas  Brassey,  and  Edward  Ladd  Betts,  or  the  survivors  or  survivor  of  them, 
or  three  out  of  four  of  them,  or  two  out  of  three  of  them,  or  the  executors,  ad- 
ministrators or  assigns  of  the  survivor  of  them,  and  that  in  the  event  of  the  bank- 
ruptcy or  insolvency  of  any  one  or  more  of  them,  their  or  his  assigns  shall  be 
excluded  from  all  control  over,  or  interest  in  this  contract,  and  when  any  act  is 
to  be  done  by  the  English  contractors,  it  shall  be  sufficient  if  done  by,  or  by  the 
authority  of  the  majorit}^  of  them  in  person,  or  acting  under  power  of  attorney 
from  each  to  the  other,  or  by  the  majority  of  the  survivors  of  them,  or  by  the 
survivors  or  survivor  of  them,  or  by  the  executors,  administrators  or  assigns  of 

%uch  survivor,  and  so  mutatis  Quutandis  in  the  case  of  the  words  "  The  Canadian 
"  Contractors." 

In  witness  whereof,  the  said  Grand  Trunk  Railway  Company  of  Canada,  party 
hereto  of  the  first  part,  represented  by  the  Honorable  John  Ross,  President  of 
the  said  Company,  hereunto  duly  authorized  by  resolution  of  the  Board  of 
Directors  of  the  said  Company,  bearing  date  the  day  of  ,  one 

thousand  eight  hundred  and  fifty-three,  hath  hereunto  set  his  hand,  and  caused 
the  corporate  seal  of  the  said  Company  to  be  hereunto  affixed,  and  the  said 
parties  of  the  second  and  third  parts  have  also  hereunto  set  their  hands  and  seals, 
on  the  day  and  year  hereinbefore  first  above  written  (in  triplicate). 

(Signed,)        JNO.  ROSS, 
President,  Grand  Trunk  Railroad  Company. 
Signed,  sealed  and  delivered  by  the  said 

Honorable  John  Ross,  in  the  presence  of 
(Signed,)         C.  P.  Roney. 

(Signed,)        WILLIAM  JACKSOK 

Signed,  sealed  and  delivered  by  the  said 

William  Jackson,  in  the  presence  of 
(Signed,)        C.  P.  Roney. 
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(Signed,)        S.  HOETQ]^  PETO. 
Signed,  sealed  and  delivered  by  the  said 

Samuel  Morton  Peto,  in  the  presence  of 

(Signed,)         C.  P,  Koney, 

(Signed,)        THOMAS  BPASSEY, 
Signed,  sealed  and  delivered  by  the  said 
Thomas  Brassey,  in  the  presence  of 

(Signed,)  -      G.  P.  Eoxey. 


Signed,  sealed  and  delivered  by  the  said 

Edward  Ladd  Betts,  in  the  presence  of 

.  .     /  (Signed,)        C,  P.  Eoney, 


Signed,  sealed  and  delivered  by  the  said 
Casimer  Stanislaus  Gzowski,  in  the 
presence  of 

(Signed,)        C.  P,  Eoj^^ey. 


(Signed,)        EPW,  L,  BETTS. 


(Signed,)        C,  S.  GZOWSKI, 


(Signed,)       B.  L.  MACPHEESON, 


Signed,  sealed  and  delivered  by  the  said 
David  Lewis  Macpherson,  in  the 
presence  of 

(Signed,)        C.  P,  Eoney. 


Signed,  sealed  and  delivered  by  the  said 
Luther  Hamilton  Holton,  in  the 
presence  of 

(Signed,)        C.  P.  Eoney, 


(Signed,)        L.  H,  HOLTOK, 


(Signed,)        A,  T  GALT, 


Signed,  sealed  and  delivered  by  the  said 
Alexander  Tilloch  Gait,  in  the 
presence  of 

(Signed,)        C.  P.  Eoney. 

It  is  further  agreed  that  the  English  Contractors,  Jackson,  Peto,  Brassey,  and 
Betts,  above  named,  being  compelled  to  subscribe  and  pay  up  on  the  1st  day  of 
July  next,  the  calls  on  the  shares  of  the  second,  or  "B"  issue  (seventy-two 
thousand  four  hundred  and  sixty  shares),  which  may  not  be  taken  up  by  the 
holders  of  the  first,  or  "A"  issue  of  seventy-two  thousand  four  hundred  and 
sixty  shares,  they  shall,  after  the  calls  on  the  "A"  issue  of  shares  and  deben- 
tures are  exhausted,  receive  in  payment  of  works  done  and  material  supplied,  as 
shall  from  time  to  time  be  certified  by  the  Engineer,  shares  and  debentures  in 
the  recognized  portions  paid  up  in  full  and  at  par,  and  should  the  works  proceed 
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faster  thtan  the  calls,  as  regulated  on  the  "A"  issue,  will  provide  for  them,  the 
balance  shall  be  paid  in  shares  and  debentures,  as  above. 

(Signed,)        JNO.  ROSS, 

President 
Signed,  sealed  and  delivered  by  the  said 
Honorable  John  Ross,  in  the  pre- 
sence of 

(Signed,)        C.  P.  Roney. 

(Signed,)       S.  MORTON  PETO- 

Signed,  sealed  and  delivered  by  the  said 

Samuel  Morton  Peto,  in  the  presence  of 

(Signed,)        C.  P.  Roney. 

(Signed,)        W.  JAClCSOKv 
Signed>  sealed  and  delivered  by  the  said 

William  Jackson,  in  the  presence  of 

(Signed,)         C.  P.  Roney. 

(Signed,)        THOMAS  BRASSEY- 

Signed,  sealed  and  delivered  by  the  said 

Thomas  Brassey,  in  the  presence  of 
(Signed,)         C.  P.  Roney. 

(Signed,)        EDW.  L.  BETTS. 

Signed,  sealed  and  delivered  by  the  said 

Edward  Ladd  Betts,  in  the  presence  of 

(Signed,)        C.  P.  Roney. 

(Signed,)        C.  S.  GZOWSKL 
Signed,  sealed  and  delivered  by  the  said 

Casimer  Stanislaus  Gzowski,  in  the  presence  of 

(Signed,)        a  P.  Roney. 


(Signed,)        D.  L.  MACPHERSON. 

e  s; 
1  tl 

(Signed,)        C.  P.  Roney. 


Signed,  sealed  and  delivered  by  the  said 

David  Lewis  Macpherson,  in  the  presence  of 


(Signed,)        L.  H.  HOLTON. 

Signed,  sealed  and  delivered  by  the  said 

Luther  Hamilton  Holton,  in  presence  of 

(Signed,)        C.  P.  Roney. 

(Signed,)       A.  T.  GALT. 
Signed,  sealed  and  delivered  by  the  said 

Alexander  Tilloch  Gait,  in  the  presence  of 

(Signed,)        0.  P.  Roney. 
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No.  3. 

Eii^Biieei-^s  Filial  Report  on  the  Toronto  and  ^arnia 

Diviisiion.  « 


Engineer's  Department,  Toronto  and  Sarnia  Division, 
Grand  Trunk  Railway, 

Toronto,  13th  December,  185(3, 

Dear  Sir, — The  "Western  Section  of  our  line,  as  far  as  yet  undertaken  from  this 
City  to  St.  Marys  being  now  out  of  the  Contractor's  hand,  I  beg  leave  to  report 
upon  the  condition  of  the  w^orks,  cost,  final  estimate,  vfec. 

The  Contract  between  the  Company  and  Messrs.  C.  S.  Gzowski  &  Co.,  entered 
into  in  1853,  covers,  as  you  are  aware,  the  whole  of  our  Western  Section,  from 
here  to  Sarnia  a  distance  of  167  miles. 

The  works,  which  had  been  partially  commenced  in  1852,  on  the  first  fifty 
miles,  under  the  "  Toronto  and  Guelph  Railway  Company"  were  pushed  forward 
with  much  vigor,  in  1853,  from  Toronto  to  Stratford,  and  to  a  certain  extent, 
between  the  latter  point  and  Sarnia. 

Early  in  1854  it  was  decided  under  an  agreement  with  the  Great  Western 
Railway  Company  to  suspend  operations  West  of  Stratford  until  1856,  and  in 
June  of  the  former  year  (1854,)  you  called  upon  me  to  estimate  the  proportional 
value  of  the  work  on  the  two  undermentioned  Sub-divisions  of  the  Toronto  and 
Sarnia  Section,  namely — 

1st.  From  Toronto  to  Stratford, 88  Miles, 

2nd.      "     Stratford  to  Sarnia, 79        " 

The  total  amount  of  the  Contract  being £1,376,000 

By  far  the  heaviest  portion  of  the  work,  mile  for  mile  is  found  on  the  first 
named  sub-division,  and  is  probably  of  more  expensive  character  than  that  of 
any  equal  portion  of  any  other  Canadian  line.  The  Bridging  is  especially  heavy, 
and  the  average  quantity  of  excavation  per  mile  very  large  indeed. 

I  reported  the  apportionment  of  cost  as  follows  : — 

Toronto  to  Stratford, £907,110 

Stratford  to  Sarnia, 468,890 

The  quantity  of  Rolling  Stock  embraced  in  the  former  sum, 

amounted  to £70,945 

and  in  the  latter  to 58,080 

Subsequent  to  the  date  of  suspension  there  was  permission  given  to  proceed 
with  the  grading  of  the  Line  as  far  as  St.  Marys,  making  the  length  of  road 
under  construction  West  of  Toronto,  instead  of  88  =  97i  m'iles,  and  the  estimate 
for  the  first  sub-division  was  increased  accordingly,  by  the  sum  of  £54,142 

An  order  w^as  also  given,  as  recommended  in  your  Report  to  Sir  C.  P  Roney, 
of  22nd  July,  1854,  on  the  subject  of  the  suspension,  to  complete  the  Rolling 
Stock  originally  designed  for  the  whole  Section,  which  order  involved,  as  above 
estimated  a  further  expenditure  of £58,080 
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The  estimated  cost  of  completing  the  Line  according  to  Contract  Stipulations 
for  the  half  Section  between  Toronto  and  St.  Marys,  and  furnishing  the  full 
quota  of  llolling  Stock,  for  the  whole  Section  then  stood  as  follows  : — 

Toronto  to  Stratford  w^ith  its   proportion  of  Eolling  Stock,. .     £907,110 

Stratford  to  St.  Marys, 54,142 

To  complete  full  quota  of  Rolling  Stock, 58,080 

£1,019,332 


Under  the  terms  of  their  Contract  Messrs.  Gzow^ski  and  Co.,  was  only  to  fur- 
nish a  limited  amount  of  Station  accommodation,  in  the  proportion  of  one  to 
each  ten  mil^s  of  road.  Five  Goods  Sheds  only  were  to  be  provided  for  the 
whole  Line,  two  of  which  fall  properly  to  the  allocated  estimate  of  the  Stratford 
and  Sarnia  Sub-division  ;  of  Sidings  the  Contract  called  for  an  amount  equal  to 
but  3  per  cent  of  the  length  of  the  Eoad. 

The  requirements  even  of  our  way  traffic,  the  only  description  of  trade  we  are 
yet  in  a  position  to  command,  would  not  have  been  nearly  met  by  the  above 
named  extent  of  accommodation,  on  a  representation  of  which  to  you  I  was 
authorized  to  provide  for  such  further  Stations,  as  our  anticipated  business  seemed 
to  demand  ;  an  increase  of  Sidings  from  3  to  10  per  cent  was  also  ordered. 

On  the  part  of  the  line  now  opened  for  traffic, — Toronto  to  Stratford, — we  have 
fourteen  established  way  stations,  eleven  of  which  are  provided  with  passenger 
houses,  twelve  with  warehouses,  nine  with  watering  apparatus,  and  six  with 
wood  sheds.  There  are  engine  stables  of  stone  and  brick  at  Guelph  and  Strat- 
ford, and  a  wooden  workshop  at  Berlin. 

In  addition  to  the  stations  above  noted  as  "  established,"  there  are  grounds 
provided  for  two  others,  one  at  Charlton,  4  miles,  the  other  at  Norval,  26  miles 
from  Toronto.  Both  these  stations,  more  especially  the  latter,  which  is  well 
situated  and  very  commodious,  will  come  into  early  and  very  profitable  use,  for 
I  feel  satisfied  that  even  with  the  large  increase  already  made  to  out-stations  we 
are  not  yet  fully  provided  in  that  particular. 

The  additional  outlay  incurred  under  the  head  of  way  stations  amounts  to 
£21,100,  and  for  the  increased  sidings,  G/^-th  miles, £32,775. 

At  Toronto  Station  (Queen's  wharf)  a  very  large  expenditure  has  been  made, 
some  10  acres  of  ground  having  been  reclaimed  from  the  Lake,  and  enclosed 
with  a  substantial  breast-work  of  lumber  and  stone,  giving  a  frontage  on  the 
water  of  some  1,800  feet.  A  large  engine  stable,  woi*ksIiop,  warehouse,  and 
wood  shed,  all  of  brick,  have  been  erected,  together  with  a  commodious  carriage 
house  of  wood.  There  is  also  a  temporary  passenger  house  with  platforms,  &c., 
and  altogether  the  actual  expenditure  upon  this  Station  reaches  the  large  sum  of 
£28,680,  being  much  in  excess  of  what  was  originally  contemplated,  and  the 
Contractors  consider  themselves  entitled  to  be  allowed  their  actual  expenditure 
on  these  works  over  and  above  what  may  be  deemed  a  fair  interpretation  of  the 
Contract. 

The  permament  Passenger  Station  owing  to  the  difficulty  experienced  in  car- 
rying our  Line  through  the  City  is  not  yet  commenced.  By  mutual  understand- 
ing between  the  Contractors  East  and  West  of  Toronto  that  building  was  to  have 
been  erected  on  joint  account.  Each  party  defraying  half  the  cost,  which  was 
estimated  at  £12,000,  one-half  of  which  sum  should  be  charged  against  Gzowski 
and  Co.,  in  their  final  settlement  with  the  Company. 

With  respect  to  the  other  works  at  this  Station,  £10,000  would  have  covered 
the  contractor's  liabilities  under  the  Contract ;  deducting  which  from  the  gross 

expenditure  above  named, £28,680 

leaves 18,680 
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A?  the  aniouut  claimed  for  "  additional"  work  (supposing  the  Passenger  Sta* 
tion  completed). 

In  view  of  the  large  area  of  valuable  ground  that  has  been  made  in  itself 
Avorth  at  least  twice  the  whole  amount  of  the  additional  expenditure  upon  the 
station,  would  recommend  a  favorable  consideration  of  the  claim,  and  that  it  be 
allowed  as  it  stands. 

The  last  large  item  in  the  Estimate  is  for  constructing  the  abutments  of  all  the 
Bridges,  and  all  the  large  Culverts  for  doulle  instead  of  single  track,  £26,000, 
covering  a  very  large  additional  quantity  of  masonry,  excavation,  embankment, 
and  foundation  work.  The  bridging  and  culvert  work  between  here  and  Strat- 
ford is  enormous,  both  as  regards  the  number  of  streams  that  are  crossed,  and  in 
the  depths  and  widths  of  their  valleys.  The  masonry  of  the  Credit  Viaduct  is 
over  120  feet  in  height,  the  above  claim  has  already  been  allowed  for  in  the 
monthly  certificates. 

The  remainder  of  the  final  estimate  is  made  up  of  three  items,  viz  : — 

Account  simdries,  engineering  expenses,  &c.,  &c £2769     6  10        * 

Cost  of  water  lot,  Toronto 1981  14    2 

Sundry  Fittings  to  Engine  Stables 322  11     0 


Amount  in  Currency £5073  12     6 

Which,  converted  into  Sterling,  is £4170     0     0 

The  first  item  is  for  all  expenses  connected  with  the  "  Engineering"  outlay  of 
this  section  of  our  line  over  and  above  the  "one  per  cent"  retained  from 
the  amount  of  the  contract;  and  covers  office  expenses,  postage,  telegraph, 
draughting,  and  copying  charges,  as  well  as  salaries  of* Inspectors  employed  by 
me,  and  all  other  outlay  properly  chargeable  against  the  Company  in  connection 
with  "  Engineering,"  for  three  and  a  half  years  up  to  1st  June  last. 

The  second  item  is  for  the  "Water  Lot  (277  feet  front)  at  the  foot  of  York  street 
in  this  city,  where  it  is  designed  to  erect  our  Passenger  Station  House,  and 
which  purchased  by  me  nearly  five  years  since  for  the  Toronto  and  Guelph 
Railway  Company,  was  at  the  time  of  the  amalgamation  assumed  by  the  Con* 
tractors,  and  is  now  by  them  conveyed  at  its  cost  to  the  Grand  Trunk.  The 
present  value  of  this  property,  judging  from  the  price  asked  for  adjoining  lots, 
IS  more  than  five  times  the  amount  at  which  it  is  rated  in  the  estimates. 

The  third  and  last  item  is  for  smokepipes  &c.,  &c.,  for  the  several  engine  stables 
on  the  line. 

The  several  items  of  expenditure  above  reported  on  will  sum  up  as  follows : — 


Abstract  or  Final  Estimate — €.  IS.  Gzowski  &  €o. 


Toronto  to  St.  Makt^s  Junction,  97i  Miles — fkom  Queen's  Wharf  Station. 


Contract  Expenditure £961252     0     0 

Additional  liolling  Stock 58080    0    0 
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Schedule  C,  Increased  Sidings  G  -,%t]\  at  £4750 £32775  0  0 

do        A,  Additional  Way  Station  Accommodation 21100  0  0 

do        B,         do        Toronto         do            do             18680  0  0 

Double  Track  Bridge  and  Culvert  "Work 20000  0  0 

Sundry  Accounts     41.70  0  0 

Total  Sterling , £1122057  0  0 

Total  Currency £1365109  0  0 

Against  which  has  to  be  charged  for — 

1st.  Toronto  Passenger  Station £6000  0  0 

2d.   For  uncomplete  work-— Toronto  to  Stratford 4000  0  0 

8d.   For  completion  of  road — Stratford   and  St.  Marys 

Junction 12080  0  0 

£22,080  0  0 

Leaving  amount  of  work  done — Sterling ,  £1099977  0  0 

Currency 1338305  0  0 


The  amount  of  Certificates,  'No,  1  to  86  inclusive,  already 
granted  for  the  works  between  Toronto  and  St.  Marys  is, 
Sterling ,  £1082858     9     6 

And  of  a  supplementary  one,  issued  in  July,  1856,  on  ac- 
count of  additional  stations. . , 1650     0     0 

Making  total  amount  heretofore  estimated £1084508     9     6 

The  balance  now  due  to   Contractors  therefore  will  be, 

Sterling , £15468  10     6 

Currency £18819  10     9 

The  average  cost  of  the  completed  road  from  the  Queen's  Wharf  Station  here, 
to  the  ^'  Junction"  near  St.  Marys,  97i  miles,  amount  at  the  foregoing  estimate 
to, 

In  Sterling,  per  Mile £11500     0     0 

In   Currency 14000     0     0 

The  average  cost  of  the  Great  Western  Railway  verges  on  £16000,  currency 
per  mile. 

The  works  between  here  and  Stratford  will  compare  in  magnitude  with  the 
most  costly  portion  of  that  line,  the  part  between  the  Suspension  Bridge  and 
Woodstock,  about  90  miles-— our  Bridges  are  all  of  permanent  character,  their's 
are  of  wood.  Their  Contracts  were  let,  their  works  commenced,  and  well  ad- 
vanced, and  most  of  their  iron  purchased,  previous  to  the  period  of  high-priced 
labour  and  high-priced  material,  which  has  witnessed  the  completion  of  our 
work.  In  view  of  all  these  circumstances,  tlien  I  do  not  think  we  have  much 
ground  for  complaint  in  getting  the  most  difficult  portion  of  our  Western  Section 
completed  for  £14000,  currency  per  mile. 

The  work  remaining  unfinished  between  Toronto  and  Stratford  is  some  bal- 
lasting, chiefly  on  the*  last  15  miles  of  that  section,  and  some  minor  items,  such 
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as  coping  for  culverts,  alterations  of  stations,  &c.  &c.,   not  necessary  to  be 
enumerated  here. 

From  Stratford  Station  to  St.  Marys  Junction,  9^  miles,  the  track  with  its  ten 
per  cent  of  sidings  has  still  to  be  laid,  the  road  ballasted,  one  Way  Station,  the 
ground  of  which  is  secured,  is  to  be  erected,  and  one  iron  girder  Bridge  of  small 
span  put  in  place. 

In  estimating  the  amount  necessary  to  complete  the  St.  Mary's  Link^  Messrs. 
Gzowski  &  Co.  are  credited  with  300  tons  of  iron  delivered  by  them  some  time 
ago  to  the  Grand  Trunk  Company  at  Longueuil. 


St.  Mary's  to  Sarnia,  70  Miles. 

Messrs.  Gzowski  &  Co.  have  furnished  me  with  a  statement  of  their  position 
with  respect  to  the  continuation  of  our  line  to  Sarnia,  should  they  now  be 
ordered  to  proceed  with  it,  as  compared  with  what  it  was  when  they  commenced 
that  portion  of  the  work  in  1853. 

The  apportionment  of  cost  due  to  this  part  of  our  line,  in  accordance  with  the 
figures  given  in  this  Report,  is  as  follows ; — 

"Whole  Amount  of  Contract £1,376,600 


Toronto  and  St.  Mary's  Portion 


Including  Eolling  Stock  for  whole  Section £1,019,332 

Balance  to  complete  to  Sarnia £356,668 

There  can  be  no  question  but  that  all  work  depending  on  the  labor  of  the 
country  could  have  been  sub-let  or  otherwise  carried  on  more  cheaply  in  1853 
than  at  any  period  since  then  or  than  now.  On  which  score  the  contractors 
claim  an  addition  to  their  price  at  the  following  rates  on  the  estimated  quantities 
of  excavation  &c.,  on  the  Western  sub-division  of  their  works,  viz. : — 

On  1,300,000  yards  Excavation,  at  6d £32500  0  0 

do       14,750  yards  Masonry,  at  7s.  6d 5531  5  0 

do  70  miles  Fencing,  &c.,  at  £60 4200  0  0 

do  72  miles  Track  Laying,  at  £25 1800  0  0 

do  70  miles  increased  Damage  to  property,  at  £25  . .       1750  0  0 

£45781     5     0 

The  greatly  increased  value  of  property  along  the  line  of  Survey,  and  the 
amount  of  improvements  effected  within  the  last  three  years,  render  the  final 
item  of  the  claim  a  very  fair  one  to  meet  the  increased  amount  which  must 
necessarily  be  paid  to  the  Landholders  for  damage  and  inconvenience  accruing 
from  the  carrying  on  of  the  w^orks.  The  fairness  of  the  other  items  is,  I  think, 
established  by  the  fact  of  advanced  value  of  labour,  &c.,  as  above  referred  to. 

The  cost  of  extending  our  line  to  Sarnia  would  then,  with  the  amount  of 
Station  and  Siding  accommodation  provided  for  by  the  contract,  stand  as  follows: 

Balance  of  original  Contract £356668     0     0 

Additional  Amount  claimed  as  above 45781     0     0 

^  £402449     0     0 

Equal  per  mile  to  (in  sterling) £  5750     0     0 
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The  total  quantity  of  rolling  equipment  due  to  this  portion  of  the  road  is 
already  delivered;  and  in  addition  to  the  above  statement  of  cost,  such  increase 
of  sidings  and  stations,  beyond  3  per  cent  in  tlie  former  instance,  and  beyond  one 
to  each  ten  miles  of  road  in  tlie  latter,  would  have  to  be  provided  for,  as  the  re- 
quirements of  the  trade  would  demand. 

Yon  will,  no  doubt,  recollect  that  the  Contractors  have  already  received  an 
estimate  on  account  of  "right  of  way,"  surveying  expenses,  &c.,  amounting,  I 
believe,  to  £34,420,  chargeable  against  the  sum  above  given,  as  the  "  balance 
of  original  contract." 

Messrs.  Gzowski  &  Co.  have  laid  before  me  a  full  statement  of  the  rates  at 
which  they  had  sub-let  the  grading,  masonry,  laying  of  permanent  way,  &c.,  for 
this  section  of  their  Avork  in  1853,  showing  a  clear  balance  in  their  favor  of 
£61,000 — being  upwards  of  16  per  cent,  profit  on  the  amount  of  work  remaining 
to  be  done,  making  all  allowances  for  contingencies.  I  am  inclined  to  believe 
that  12|-  per  cent,  would  be  a  fairer  estimate  of  net  profits,  and  I  would  therefore 
substitute  for  the  amount  above  named  the  sum  of  £45,000. 


Inteeest. 

In  a  letter  addressed  to  the  Honorable  John  Ross,  President,  on  the  16th  in- 
stant, the  Contractors  submit  a  claim  for  an  abatement  of  interest  on  the  grounds 
as  well  of  their  estimates  not  having  always  been  promptly  liquidated,  as  on  account 
of  their  not  having  been  allowed  to  prosecute  their  work  as  quickly  as  they  had 
made  their  arrangements  for  doing.  In  September,  1853,  their  estimate  for  the 
month's  progress  was  upwards  of  £50,000  ;  in  the  following  month  you  instructed 
me  that  the  expenditure  would  have  to  be  kept  dojyn,  and  in  I^ovember  the 
Board  resolved  that  it  should  be  restricted  within  the  narrowest  possible  limits. 

The  required  restriction  was  carried  out,  and  the  jnonthly  certificates  of  work 
done  were  reduced  at  once  in  amount,  and  for  the  next  ten  months,  when  the 
iron  contracted  for  the  previous  year  began  to  come  in  large  quantities,  their 
monthly  average  did  not  exceed  £25,000. 

Had  the  work  been  pushed  on  as  vigorously  through  the  Spring  and  Summer 
of  1854,  as  it  was  in  the  Autumn  of  1853,  the  line  from  Toronto  to  Stratford 
might,  unquestionably,  have  been  opened  many  months  earlier  than  it  has  been, 
and  at  less  cost  to  the  Contractors. 

I  do  not  consider,  therefore,  in  view  of  all  these  circumstances,  that  a  remission 
of  six  months  interest  on  the  gross  amount  paid  under  the  contract,  is  an  unrea- 
sonable claim. 

All  which  is  respectfully  submitted,  and 

I  remain,  dear  Sir, 

Faithfully  yours, 


(Signed,)        W.  SHANLY. 


A.  M.  Ross,  Esquire, 

Engineer,  Grand  Trunk  Railway. 
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A. 

Statement  of  Station  Building  Grounds,  &c.,  and  Additions  thereto. 


No  biiildinfrs  here 


Flajj  Station-IIousc  here : 
all  buildings  of  Wood , , 

Cost  of  Grounds  and  Grad- 
ing, included  in  amount 
paid  here:  buildings  all 
of  Wood 

Brick  Station-House,  Class 
C,  Wood-shed,  Goods  do, 
Tank-house :   Wood  .  . . 

No  buildina-s  here 


1. — CnAiJLTON. — Additional  Ground  for  Station  pur 

I  poses,  and  4  Acres  for  Ballast    

—Weston. — 1  Tank-well,  &c.,  additional   

1  Goods-shed 


Stone  Passenger  House,  '^ 
Class  C,  Goods-shed,  ( 
AVood  do,  Tank-House :  { 
Wood   J 

Flag  Station-House  :  build-  \ 
ings  all  of  Wood 1 

Wooden  buildings ;  Land  ^ 
and  Grading  included  in  > 
Cost , ) 

Passenger  House,  Class  C,  ^ 
Stone-engine  house,  3  j 
engines  do,  Goods-shed,  )■ 
Wood  do,  Tank-House:  | 
Wood J 

Wooden  buildings :  Land  j 
and  Grading  included  in  > 
Cost ) 

Workshop  for  2  Engines  .  . . 

No  Passenger  House  here : 
1  Goods-shed  of  Wood. 

No  Passenger  House  here : 
other  buildings  of  Wood 

Flag  Station-House:    all 
buildings  of  Wood 

Wooden  buildings :  Land 
and  Grading  included  in 
Cost 

Brick  Passenger  House, 
Class  B,  Engine-House, 
G  Engines  ;  also,  Brick 
Goods-shed,  Wood-shed, 
and  Tank-house :  all  of 
Wood  


3.— 


Malton. — 1  Passenger  House  additional 
1  Goods-shed  do 

1  Tank-Avell,  &c,  do 


4. — Brampton. — No  additional  Work  

5. — NoKVAL. — 0^  Acres  of  Land,  additional  Fences, 
&c 


-Georgetown. — No  additional  Works,  additional 
Land  purchased  for  Road  Approaches 


7. — Acton. 


-1  Wood-shed     . , 
1  Goods  do 
1  Tank-well,  &c. 


-RocKwooD. — 1  Goods-shed  additional 
1  Tank- well,  &c 


-GuELPH. — 1  Engine-house  additional 

5  additional  Acres  of  Ballast  Land  . . 


10.—; 

11. 

12. 

13.— 


ScHANTZ. — 1  Flag-station  additional,   including 
Lands  and  Grading , 


Berlin. — Wooden  Work-shops  additional 

Petersburg.- — Station  Lands,  &c.,  additional  . . 

Goods-shed  do 

Baden. — Station  Grounds,  &c.,  additional   . . . . 

1  Water-tank 

1  Goods-shed 


-Hamburg. — 1  Goods- shed  additional   . . . . 

-Shakespere. — 1  extra  Passenger  House  (Flag). 

1  Goods-shed  additional 

1  Water-tank,  &c 


16, 


— Stratfojrd. — 1    Engine-house,   with  Forge  at- 
tached additional 


Total  additional  Cost  of  Way-stations .  £ 


31o 

200 


3300 
150 


1750 

200 
350 
315 
350 
200 
315 

315 

1750 

315 

200 


6400 


21100 


280 

0 

200 

0 

315 

0 

750 

0 

315 

0 

200 

0 

0 

0 

350 

0 

150 

0 

500 

0 

315 

0 

300 

0 

0 

0 

0 

0 

0 

0 

0 

0 

0 

0 

0 

0 

0 

0 

0 

0 

0 

0 

0 

0 

0 

0 

0 

0 

0 

0 

0 

0 

0 

0 

0 

0 

0  I     0 

I 


Toronto,  December  13,  1856. 


(Signed,)        W.  SHANLY. 


N.B. — In  the  Estimate  of  Work  incomplete,  charged  against  the  Contractors,  £2250  is  retained 
for  fitting  5  Way-stations,  with  Station-masters'  residences;  and  on  account  of  the  substitution  in 
some  instances  of  wooden  buildings  for  stone  or  brick.  A7.  S. 
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B. 

Cost  of  Works  executed  on  the  Queen's  Wharf  Station,  Toronto. 


Cost  of  Earth-\voik 

£ 

6573 
7418 
10068 
4291 
1340 
1250 

s. 

15 
4 
18 
18 
10 
0 

-J 
d. 
2 

do       AVharf  and  Breast-work     ' 

9, 

do      En^'ine-house  and  Wood-shed 

0 

do      Goods-shed     

9 

0 

do      Iron  Turn-table - 

0 

Total  in  Currency 

30943 
25433 

2247 
1000 

6 

7 

Sterling 

0 

15 
0 

0 

Additional  Work  ordered  subsequent  to  opening  of  Road  to  Guelph — 

Work-shop    

0 

Temporary   Passenger  Station,  with  Platforms,  Gravelled  Road 
proaches,  &c 

ap- 

0 

..£ 

Total  Expenditure 

28680 

15 

0 

(Signed,)        W.  SHA:N"LY. 


Toronto,  December  13,  1856. 


c. 


Statement  of  Extra  Sidings. — ^Toronto  to  Stratford. 


Toronto 
Weston        do 
Malton  do 

Brampton  do 
Georgetown  do 
Acton  do 

Rockwood  do 
Guelph  do 
Schantz  do 
Berlin  do 

Petersburg  do 
Baden  do 

Hamburg  do 
Shakespere  do 
Stratford      do 


Station — Feet  laid 
do 
do 
do 


do 
do 
do 
do 
do 
do 
do 
do 
do 
do 
do 


Total  feet. 


13004 
1088 
1198 
2441 
258T 
1120 
1350 
8279 

717 
2021 

722 
1059 
2138 
1302 
4174 


43200 
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Statement  of  Extra  Sidings. — ^Toronto  to  Stratford. — {Continiced.) 


Actual  Amount  of  Permanent  Sidings  laid 

There  are  laid  in  Ballast  Pit,  and  Temporary  Sidings  4700  feet,  which  I  retuin  at  half 
their  actual  length 

Total  Sidings  estimated  as  laid 

Three  per  cent,  of  88  miles 

Amount  laid  in  excess  of  3  per  cent 

Total  Amount  of  additional  Sidings  estimated  in  Report 

Amount  charged  against  Contractors,  as  incomplete — 

Stratford  to  St.  Mary's  Line,  being  10  per  cent,  of  9^  miles 

Amount  of  additional  Sidings  actually  paid  for  by  final  Estimate 


Sy^^  miles. 


Sy^^  miles. 


bj\\  miles. 


6yV,>  miles. 


do. 


5yVo  miles. 


(Signed,)        W.  SHAISTLY. 


Toronto,  December  13, 1856. 


PEINTED  BY  EOLLO  CAMPBELL,  COBNEE  OF  YONGE  AND  WELLINGTON  STREETS,  TORONTO. 


